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Section 1 

Project Description 



Project Description 
Reach 3, Phase 3 


Project Name: Lower Silver Creek, Reach 3, Phase 3 

Coyote Watershed Project No. 4026-4001 

Flood Protection and Creek Restoration Project 

Downstream of Alum Rock Avenue to Upstream of Lausett Avenue 

Project Location: San Jose, CA 


Project Limits: Downstream of Alum Rock Avenue to Upstream of Lausett Avenue 

(STA 86+00 to STA 100+00) 


Contract No. C0517 


Scope of Work: 


The Lower Silver Creek Flood Protection Project Reach 3, Phase 3, between STA 86+00 and 
Lausett Avenue runs through residential and commercial areas. In the first 150 feet, the new 
channel is a concrete U-frame channel and was constructed with a low flow channel. The 
upstream 1,250 feet of new channel is an earth bottom, two-stage channel with areas for 
wetlands, flood plain, riparian plantings and a raised maintenance road. 


At the Alum Rock Bridge the channel is concrete-lined underneath and at the downstream 
and upstream sides of the bridge; there is a low flow channel. At Sunset Avenue the channel 
is a Reinforced Concrete Box (RCB) and is concrete-lined at the downstream and upstream 
sides of the RCB; there is a varied low flow channel. A new pedestrian bridge was 
constructed at Lausett Avenue. 


On April 5, 2005 the Board of Directors awarded the contract to ACC West Coast, Inc. 
(ACC) to construct channel improvements along Lower Silver Creek and maintain the 
revegetation for three years. 



Section 2 


Project Team 




Santa Clara Valley Water District 
Lower Silver Creek - Reach 3, Phase 3 
Project Team 


Name Company Role 

District 

George Fowler 

SCVWD 

Sr. Project Manager 




Program Manager 

John Ryan, Jr. 

Coyote Watershed 

Designated Engineer 

Jim Sandoval 

Coyote Watershed 

Project Engineer 

Rene Langis 

Coyote Watershed 

Environmental Compliance Officer 

Tim Bramer 

SCVWD 

Current Designated Engineer 

Construction Manager 

Mario Maciel 

Harris & Associates 

Project Manager 

Ricardo Bedoy 

Harris & Associates 

Construction Manager 

Dan Baker 

Harris & Associates 

Resident Engineer ~ Bridge 

Jim Abbott 

Harris & Associates 

Inspector 

John Pipkin 

Harris & Associates 

Inspector 




Contractor 

Doug Silverwood 

ACC West Coast 

Project Manager 

Rod Owens 

ACC West Coast 

Superintendent 




Landscape Subcontractor 

Allan Isaacson 

Watkin & Bortolussi 

Project Manager 




Design Engineer (Channel) 

Matt Cassel 

Psomas 

Project Manager 

Jason Helm 

Psomas 

Project Engineer 




Design Engineer (Alum Ro< 

Tim Lee 

:k Bridge) 

URS 

Project Manager 

David Williams 

URS 

Project Engineer 




Restoration Ecologist 

John Bourgeois 

H.T. Harvey 

Project Manager 




Water Quality 

David Guthridge 

Light, Air & Space 

Project Manager 
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Section 3 


Project Synopsis 



Project Synopsis 
Reach 3, Phase 3 


Bid Phase 


Advertise Date: 
Bid Opening: 
Low Bidder: 


Bid Amount: 


February 1, 2005 

March 9,2005 

ACC West Coast, Inc. 
3701 Mallard Drive 
Benecia, CA 94510 

$9,814,000 


Contract Award 

Award Date: April 5, 2005 


Construction Phase 

Notice to Begin Work: 

First Chargeable Day: 
Contract Duration: 
Contract Completion Date: 
Contract Time Extensions: 
Actual Completion Date: 
Notice of Completion: 


April 14, 2005 
April 25, 2005 
365 Calendar Days 
April 24, 2006 
0 Calendar Days 
April 24, 2006 

Board Action to be made at a later date 


Maintenance Phase 

Actual Start Date: February 1, 2006 

Contract End Date: January 31, 2009 



Section 4 


Submittal List 



HARRIS & ASSOCIATES 






SCVWD Reach 3 Phase 3 

Job No: 



Submittal Log - 

by Submittal No. 



Date: 

8/29/2006 

Project No: 01 -0245.02 








Page: 

1 of 3 






Required 


Latest Dates 



Package 

Submittal 

Rev. 

Title 

Status 

Start Finish 

Rcvd. 

Sent 

Return 

Forward 

BIC 

01 

01-16.01 

000 

SWPPP 

MCN 


4/11/2005 

4/12/2005 

4/22/2005 

4/25/2005 


01 

01A-16.01 

001 

SWPPP 

MCN 


4/26/2005 

4/26/2005 

5/18/2005 

5/23/2005 


01 

01A-16.01 REV1 

001 

SWPPP - Caltrans Review 

MCN 


4/26/2005 

4/26/2005 

5/18/2005 

5/23/2005 


01 

01B-16.01 

001 

SWPPP - Caltrans Review 

CLO 


5/31/2005 

6/30/2005 



CALTRANS 

01 

01C-16.01 

002 

Annual Certification of Compliance 

NET 


6/28/2005 

7/5/2005 

7/5/2005 

7/5/2005 


01 

01D-16.01 

000 

Winterization Plan 

MCN 


9/7/2005 

9/7/2005 

10/7/2005 

10/7/2005 


02 

02-6.10 

000 

Accident Prevention Plan 

NET 


4/11/2005 

4/11/2005 

4/21/2005 

4/21/2005 


06 

06A-27.12 

001 

Mix Design 31791 

APP 


6/10/2005 

6/10/2005 

6/20/2005 

6/20/2005 


09 

08-2.01 

000 

Struct Cone Mix Design - CALTRAf 

NET 


4/18/2005 

4/19/2005 

5/24/2005 

5/24/2005 


35 

08-2.02 

000 

Precast QCP 

NET 


5/10/2005 

5/12/2005 

5/31/2005 

5/31/2005 


20 

10-1.20 

000 

Alum Rock Bridge Removal 

MCN 


4/29/2005 

5/3/2005 

5/25/2005 

5/25/2005 


07 

10-1.27 

000 

CIDH Placing - Alum Rock Bridge 

MCN 


4/14/2005 

4/19/2005 

5/2/2005 

5/2/2005 


07 

10-1.27 REV-A 

001 

CIDH Placing - Alum Rock Bridge 

APP 


5/6/2005 

5/6/2005 

5/6/2005 

5/6/2005 


36 

10-1.28,10-1.30 

000 

PC Prestressed Concrete Box Gird 

NET 


5/12/2005 

5/12/2005 

6/10/2005 

6/10/2005 


16 

10-1.36 

000 

Shotcrete QC Plan - Caltrans Metrii 

NET 


4/28/2005 

5/11/2005 

5/25/2005 

5/25/2005 


33 

12.02.01 

000 

Preliminary Schedule of Work 

NET 


5/6/2005 

5/6/2005 

7/11/2005 

7/11/2005 


03 

13.08, 10-4 

000 

Bid Item 34 - Alum Rock Bridge 

NET 


4/11/2005 

4/11/2005 

6/7/2005 

6/7/2005 


10 

13.16.02 

000 

DRB Member Selection - D McCra 

NET 


4/25/2005 

4/25/2005 

8/8/2005 

8/8/2005 


15 

15:27.10 

000 

Shotcrete Quality Control Plan 

R&R 


4/28/2005 

5/2/2005 

5/6/2005 

5/9/2005 

ACC 

15 

15A: 27-10 

001 

Shotcrete Quality Plan 

APP 


5/19/2005 

5/23/2005 

6/1/2005 

6/1/2005 


15 

15B: 27.10 

002 

Nozzleman - Aurelio Medina 

APP 


6/23/2005 

6/27/2005 

6/28/2005 

7/13/2005 


15 

15C-27.10 

000 

Shotcrete Testing Facility 

MCN 


7/12/2005 

7/13/2005 

7/13/2005 

7/13/2005 


15 

15D: 27.10 

001 

Consolidated Engineering Certs 

APP 


7/22/2005 

7/22/2005 

7/22/2005 

7/22/2005 


16 

16A: 10-1.36 

001 

Qualified Nozzleman 

APP 


6/23/2005 

6/23/2005 

6/29/2005 

6/29/2005 


05 

17.01 

000 

Mobilization Letter 

NET 


4/15/2005 

4/15/2005 

4/21/2005 

4/21/2005 


14 

17.02 

000 

Certified Arborist 

NET 


4/28/2005 

5/2/2005 

5/6/2005 

5/6/2005 


12 

17.03-05 

000 

Building Demolition Plan 

MCN 


4/25/2005 

4/29/2005 

5/16/2005 

5/16/2005 


11 

18.01 

000 

Water Diversion Plan 

MCN 


4/25/2005 

4/25/2005 

4/27/2005 

5/2/2005 


11 

18.01 REV 1 

001 

Water Diversion Plan 

NET 


4/29/2005 

5/2/2005 


5/2/2005 


32 

19.04 

000 

Struct. Backfill - Lexington Quarry 

APP 


5/9/2005 

5/9/2005 

5/11/2005 

6/7/2005 


34 

19.04 

000 

Structural Backfill- Stevens Quarry 

APP 


5/9/2005 

5/9/2005 

5/10/2005 

6/7/2005 


25 

19.09 

000 

Permeable Material-West Coast 

APP 


5/4/2005 

5/4/2005 

5/6/2005 

5/6/2005 


37 

19.09 

000 

Perm. Mat'l - Stevens Creek Quarn 

APP 


5/11/2005 

5/13/2005 

5/16/2005 

5/16/2005 


24 

19.12, 28.05 

000 

Temporary Shoring System 

NET 


5/4/2005 

5/4/2005 

5/17/2005 

5/17/2005 


13 

20.01 

000 

Gabion Basket Materials 

MCN 


4/28/2005 

5/2/2005 

5/6/2005 

5/6/2005 


19 

20.01 

000 

Gabion - Rocks 

APP 


4/28/2005 

5/3/2005 

5/6/2005 

5/6/2005 


13 

20.01 REV-A 

001 

Gabion Basket Materials, Fabric 

MCN 


5/10/2005 

5/13/2005 

6/2/2005 

6/2/2005 


21 

21-27.01 

000 

Rebar Shop Drwgs 02 (#'s 1003-10 

MCN 


5/10/2005 

5/11/2005 

5/31/2005 

5/31/2005 


21 

21B-27.01 

001 

Rebar Shop Drwgs 02 (#'s 2001-20 

NET 


6/30/2005 

7/1/2005 

7/1/2005 

7/1/2005 


21 

21REV1-27.01 

001 

Rebar Shop Drwgs 02 

MCN 


5/23/2005 

5/23/2005 

6/1/2005 

6/1/2005 


17 

22.01 

000 

Class Light RSP 

APP 


4/28/2005 

5/3/2005 

5/6/2005 

5/6/2005 


22 

22A-27.01 

001 

Rebar Drawing 03 

MCN 


7/1/2005 

7/1/2005 

7/13/2005 

7/13/2005 


18 

23.01 

000 

Armoring Aggregate 

R&R 


4/28/2005 

5/3/2005 

5/6/2005 

5/6/2005 

ACC 

28 

24.01 

000 

Flap Gate Details 

MCN 


5/6/2005 

5/6/2005 

5/11/2005 

5/12/2005 


38 

27.01 

000 

Smooth Dowels 

MCN 


5/11/2005 

5/13/2005 

5/16/2005 

5/18/2005 


04 

27.01 

000 

Shop Drwgs - CIDH, Pile Cap, Sadi 

NET 


4/15/2005 

4/20/2005 

4/25/2005 

4/25/2005 


08 

27.01 

000 

Struct Cone Mix #6500.46 

REJ 


4/18/2005 

4/19/2005 

4/25/2005 

4/25/2005 

ACC 

22 

27.01 

000 

Rebar Steel - Shop Drawing 03 

R&R 


4/29/2005 

5/2/2005 

5/23/2005 

5/23/2005 

ACC 

23 

27.01, 10-1.35 

000 

Lenton Couplers (Erico) 

NET 


4/28/2005 

5/3/2005 

5/25/2005 

5/25/2005 


08 

27.01 REV-1 

001 

Struct Cone Mix #7200.3, 7200.3C 

APP 


4/28/2005 

5/4/2005 

5/6/2005 

5/9/2005 


06 

27.12, 28.04 

000 

CIDH Placing, F-Wall, Utility Xing 

R&R 


4/14/2005 

4/19/2005 

4/26/2005 

4/29/2005 

ACC 
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Required 


Latest Dates 



Package 

Submittal 

Rev. 

Title 

Status 

Start Finish 

Rcvd. 

Sent 

Return 

Forward 

BIC 

39 

28.02 

000 

Lausett Pedestrian Bridge 

MCN 


5/12/2005 

5/12/2005 

5/20/2005 

5/23/2005 


28 

28A-24.01 

001 

Rectangular 60"x90” Flap Gate 

APP 


8/8/2005 

8/5/2005 

8/11/2005 

8/11/2005 


28 

28B-24.01 

002 

54” Flapgate - STA 69+08 LT 

APP 


10/20/2005 

10/20/2005 

10/20/2005 

10/20/2005 


29 

29-17.03 

000 

Concrete Recycle Locations 

APP 


5/6/2005 

5/12/2006 

5/16/2005 

5/16/2005 


26 

30.01 

000 

Sewer Siphon Pipe - PVC Alternate 

REJ 


5/5/2005 

5/9/2005 

5/10/2005 

5/11/2005 

ACC 

36 

36A: 10-1.28 

001 

Precast Prestressed Cone Box Girc 

APP 


6/30/2005 

6/30/2005 

7/15/2005 

7/15/2005 


36 

36B:10-1.28 

001 

Transfer Strength Calc's 4000 psi 

NET 


7/26/2005 

7/26/2005 

7/27/2005 

7/27/2005 


36 

36C:10-1.30 

001 

Keyway Cone -Burke Mult Purp Grr 

APP 


7/27/2005 

7/28/2005 

8/1/2005 

8/2/2005 


36 

36D:10-1.30 

000 

Keyway Concrete Grout - Stage 2 

APP 


11/16/2005 

11/16/2005 

11/17/2005 

11/18/2005 


39 

39A-28.02 

001 

Color Sample - 40BR Muley 

APP 


7/27/2005 

7/28/2005 

7/28/2005 

7/28/2005 


40 

40-30.01 

000 

Pipe Jacking Information 

NET 


5/13/2005 

5/17/2005 

6/1/2005 

6/2/2005 


41 

41: 10-1.25 

000 

Aggregate Base 

NET 


5/19/2005 

5/19/2005 

5/25/2005 

5/25/2005 


42 

42-23.01 

000 

Armoring Aggregate - Stevens Cre< 

R&R 


5/23/2005 

5/23/2005 

5/31/2005 

5/31/2005 

ACC 

42 

42A-23.01 

001 

Armoring Aggregates - No 114 

APP 


6/7/2005 

6/7/2005 

6/24/2005 

6/24/2005 


43 

43-27.01 

000 

Rebar Shop Drwg 04 - 2046 to 206 

MCN 


5/23/2005 

5/24/2005 

5/31/2005 

5/31/2005 


44 

44-13.08 

700C 

Lump Sum Breakdown 

NET 


5/25/2005 

5/25/2005 

7/11/2005 

7/11/2005 


45 

45: 28.07 

000 

Alum Rock Utility Crossing 

R&R 


5/28/2005 

5/31/2005 

6/7/2005 

6/7/2005 

ACC 

45 

45A-28.07 

001 

Amertock 2 Paint, Exterior Color 

MCN 


6/17/2005 

6/17/2005 

7/13/2005 

7/13/2005 


45 

45B-28.07 

001 

Shop Drwgs - Utility Crossing Revl 

R&R 


6/30/2005 

6/30/2005 

7/12/2005 

7/12/2005 

ACC 

45 

45C-28.07 

001 

Neoprene Bearing Pad 

APP 


7/15/2005 

7/15/2005 

7/18/2005 

7/18/2005 


46 

46-13.04 

001 

Photographic Records 

NET 


5/31/2005 



6/8/2005 


47 

47-28.05.01 

600C 

SD Grating - Amico 

APP 


6/8/2005 

6/8/2008 

6/10/2005 

6/10/2005 


48 

48-19.12 

000 

Linear Shoring 

NET 


6/8/2005 

6/8/2005 

6/10/2005 

6/10/2005 


49 

49-27.05.02 

000 

Architectural Texturing 

MCN 


6/10/2005 

6/10/2005 

6/21/2005 

6/21/2005 


49 

49A-27.05.02 

000 

Formliner Sample - Fractured Fin 

NET 


6/15/2005 

6/15/2005 

6/17/2005 

6/20/2005 


49 

49B-27.05.02 

000 

Formliner Sample - Santa Fe Cross 

MCN 


6/24/2005 

6/24/2005 

7/1/2005 

7/1/2005 


49 

49C-10-1.44 

000 

Formliner - Sahara Fin 

NET 


8/11/2005 

8/11/2005 

8/11/2005 

8/11/2005 


50 

50-21.12, 5.13 

000 

Vegetated Riprap Seed 

APP 


6/10/2005 

6/10/2005 

6/10/2005 

6/21/2005 


30 

51-1.12H 

000 

Bearing Pads-13mm Neoprene 

NET 


5/6/2005 

5/9/2005 

5/31/2005 

5/31/2005 


31 

51-1.14 

000 

Neoprene Strips 

NET 


5/6/2005 

5/11/2005 

5/31/2005 

5/31/2005 


51 

51-12.02.02 

000 

Baseline Schedule 

MCN 


6/10/2005 

6/10/2005 

7/8/2005 

7/8/2005 


52 

52-28.04 

000 

Masonry Grout Mix #8061802 

APP 


6/21/2005 

6/23/2005 

6/27/2005 

7/13/2005 


53 

53: 10-1.28 

000 

Pre-stressing Concrete 

MCN 


6/22/2005 

6/23/2005 

6/30/2005 

6/30/2005 


53 

53-CORRECTED 

001 

Drawing B-1 Rev 1 

NET 


8/1/2005 



8/1/2005 


54 

54-27.01 

000 

Rebar Dwgs - Lausett Bridge Abut 

MCN 


6/22/2005 

6/22/2005 

7/12/2005 

7/12/2005 


55 

55-27.06 

000 

Anti-Graffiti Coating 

APP 


7/6/2005 

7/7/2005 

7/11/2005 

7/12/2005 


56 

56-19.11, 5.13 

001 

Amerdrain 500 

APP 


7/6/2005 

7/7/2005 

7/11/2005 

7/11/2005 


57 

57-19.12 

001 

Shoring Stage #1 to #2 Alum Rock 

NET 


7/7/2005 

7/12/2005 

7/13/2005 

7/13/2005 


58 

58-14.02 

000 

Building Protection Plan 

NET 


7/13/2005 

7/15/2005 

7/19/2005 

7/20/2005 


59 

59-19.12 

000 

Shoring Retaining Walls 5-8 

NET 


7/15/2005 

7/18/2005 

7/21/2005 

7/21/2005 


60 

60-21.05 

000 

Irrigation System 

APP 


8/6/2005 

8/9/2005 

8/17/2005 

8/17/2005 


61 

61-21.06 

000 

List of Equipments 

NET 


8/11/2005 

8/11/2005 

8/11/2005 

8/11/2005 


62 

62-25.01, 25.02 

000 

Fencing and Gate Details 

MCN 


8/16/2005 

8/17/2005 

8/24/2005 

8/25/2005 


63 

63:10-1.26,29.0 

000 

AC Mix Design 

NET 


8/19/2005 

8/19/2005 

8/19/2005 

8/19/2005 


63 

63A10-1.26,29.1 

000 

AC Mix 101G, 103Q 

NET 


12/6/2005 

12/6/2005 

12/6/2005 

12/6/2005 


63 

63B10-1.26,29.1 

002 

AC Mix Design - R&M Paving 

NET 


1/31/2006 



2/2/2006 


64 

64-30.01 

000 

Alum Rock SS Byplass Plan 

REJ 


8/22/2005 

8/22/2005 

8/26/2005 

8/26/2005 

ACC 

64 

64A-30.01 

001 

Flow Through Plug System 

R&R 


8/26/2005 

8/26/2005 

8/31/2005 

8/31/2005 

ACC 

65 

65-30.01 

000 

Sunset Ave - SS Video Inspection 

R&R 


8/23/2005 

8/23/2005 

8/23/2005 

8/23/2005 

ACC 

65 

65A-30.01 

000 

Alum Rock Ave - SS Video Inspecti 

R&R 


8/23/2005 

8/24/2005 

8/31/2005 

8/31/2005 

ACC 

65 

65B-30.01 

001 

Alum Rock Ave - SS Video Inspecti 

MCN 


9/26/2005 



4/26/2006 
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Required _ Latest Dates 


Package 

Submittal 

Rev. 

Title 

Status 

Start 

Finish Rcvd. 

Sent 

Return 

Forward 

BIC 

66 

66-10.26, 29.01 

001 

AC Mix Design - Alum Rock Ave 

NET 


2/8/2006 


2/10/2006 

2/10/2006 


27 

SPEC 30.01 

000 

Tyton Joint Pipe - Class 350 

REJ 


5/5/2005 

5/20/2005 

5/23/2005 

5/26/2005 

ACC 
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Requests 

for 

Information 

(RFIs) 


List 



HARRIS & ASSOCIATES SCVWD Reach 3 Phase 3 

Job No: RFI Log Date: 8/29/2006 

Project No: 01-0245.02 Page: lot 5 


RFI Number From 

To 

Title 

Change 

Issue Status 

Dated 

Responded 

Required 

RFI No. 00001-R1 







RFI 

HARRIS 

URS 

New Sewer Siphon, CIDH Piles 

CLO 

4/18/2005 


4/25/2005 

RFI 

HARRIS 

ACC 

New Sewer Siphon, CIDH Piles 

CLO 

4/21/2005 

4/21/2005 

4/28/2005 


RFI No. 00002 


RFI 

HARRIS 

PSOMAS 

Steel Grate and Embedded Angle 

CLO 

4/12/2005 

5/6/2005 

4/27/2005 

RFI 

ACC 

HARRIS 

Steel Grate and Embedded Angle 

CLO 

5/9/2005 

5/6/2005 

5/16/2005 

RFI 

HARRIS 

ACC 

Steel Grate and Embedded Angle 

CLO 

5/9/2005 

5/6/2005 

5/16/2005 


RFI No. 00003 


RFI 

HARRIS 

PSOMAS 

Concrete Color Band 

CLO 

4/20/2005 

4/18/2005 

4/27/2005 

RFI 

HARRIS 

ACC 

Concrete Color Band 

CLO 

5/5/2005 

4/18/2005 

5/12/2005 

RFI 

PSOMAS 

HARRIS 

Concrete Color Band 

CLO 

5/5/2005 

4/18/2005 

5/12/2005 


RFI No. 00004 


RFI HARRIS ACC 2.5" Camber CLO 4/12/2005 4/15/2005 4/22/2005 

RFI No. 00005 


RFI 

HARRIS 

URS 

Insert details - longit. spacing 

CLO 

4/18/2005 

4/21/2005 

4/25/2005 

RFI 

HARRIS 

ACC 

Insert details - longit. spacing 

CLO 

4/21/2005 

4/21/2005 

4/28/2005 


RFI No. 00006 _ 

RFI HARRIS SCVWD Generator location at Upstream Dam CLO 4/20/2005 4/27/2005 


RFI HARRIS ACC Generator location at Upstream Dam CLO 4/21/2005 4/21/2005 4/28/2005 

RFI No. 00007 


RFI 

HARRIS 

COYOTE 

Utility Shut Off 

CLO 

4/26/2005 

5/3/2005 

RFI 

ACC 

HARRIS 

Utility Shut Off 

CLO 

4/26/2005 

5/3/2005 

RFI 

HARRIS 

ACC 

Utility Shut Off 

CLO 

5/23/2005 5/23/2005 

5/30/2005 


RFI No. 00008 


RFI 

ACC 

HARRIS 

84" SD MH 

CLO 

4/26/2005 

5/9/2005 

5/3/2005 

RFI 

HARRIS 

PSOMAS 

84" SD MH 

CLO 

4/26/2005 

5/6/2005 

5/3/2005 

RFI 

HARRIS 

ACC 

84" SD MH 

CLO 

5/9/2005 

5/6/2005 

5/3/2005 

RFI No. 

00009 







RFI 

ACC 

HARRIS 

Rebar Details - Retaining Wall 

CLO 

5/3/2005 

5/6/2005 

5/10/2005 

RFI 

HARRIS 

PSOMAS 

Rebar Details - Retaining Wall 

CLO 

5/3/2005 

5/6/2005 

5/10/2005 

RFI 

HARRIS 

ACC 

Rebar Details - Retaining Wall 

CLO 

5/6/2005 

5/6/2005 

5/13/2005 

RFI 

PSOMAS 

HARRIS 

Rebar Details - Retaining Wall 

CLO 

5/6/2005 

5/6/2005 

5/13/2005 

RFI No. 

00010 







RFI 

HARRIS 

PSOMAS 

Flapgates 

CLO 

5/4/2005 

5/11/2005 

5/11/2005 

RFI 

ACC 

HARRIS 

Flapgates 

CLO 

5/4/2005 


5/11/2005 

RFI 

PSOMAS 

HARRIS 

Flapgates 

CLO 

5/12/2005 

5/11/2005 

5/19/2005 

RFI 

HARRIS 

ACC 

Flapgates 

CLO 

5/12/2005 

5/11/2005 

5/19/2005 
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RFI Number From 

To 

Title 


Change 

Issue 

Status 

Dated 

Responded 

Required 

RFI No. 

00011 









RFI 

HARRIS 

PSOMAS 

Slope of Channel 



CLO 

5/5/2005 


5/12/2005 

RFI 

ACC 

HARRIS 

Slope of Channel 



CLO 

5/5/2005 

5/11/2005 

5/12/2005 

RFI 

HARRIS 

ACC 

Slope of Channel 



CLO 

5/12/2005 

5/11/2005 

5/19/2005 

RFI No. 

00012 









RFI 

HARRIS 

URS 

Bearing Pad Detail 



CLO 

5/16/2005 

5/20/2005 

5/23/2005 

RFI 

ACC 

HARRIS 

Bearing Pad Detail 



CLO 

5/16/2005 


5/23/2005 

RFI 

URS 

HARRIS 

Bearing Pad Detail 



CLO 

5/20/2005 

5/20/2005 

5/27/2005 

RFI 

HARRIS 

ACC 

Bearing Pad Detail 



CLO 

5/20/2005 

5/20/2005 

5/27/2005 

RFI No. 

00013 









RFI 

HARRIS 

URS 

Precast Keyways 



CLO 

5/19/2005 

5/20/2005 

5/26/2005 

RFI 

ACC 

HARRIS 

Precast Keyways 



CLO 

5/19/2005 


5/26/2005 

RFI 

HARRIS 

ACC 

Precast Keyways 



CLO 

5/20/2005 

5/20/2005 

5/27/2005 

RFI 

URS 

HARRIS 

Precast Keyways 



CLO 

5/20/2005 

5/20/2005 

5/27/2005 

RFI No. 

00014 









RFI 

ACC 

HARRIS 

Precast Dowel Holes 



CLO 

5/19/2005 


5/26/2005 

RFI 

HARRIS 

URS 

Precast Dowel Holes 



CLO 

5/19/2005 

5/20/2005 

5/26/2005 

RFI 

HARRIS 

ACC 

Precast Dowel Holes 



CLO 

5/20/2005 

5/20/2005 

5/27/2005 

RFI 

URS 

HARRIS 

Precast Dowel Holes 



CLO 

5/20/2005 

5/20/2005 

5/27/2005 

RFI No. 00015 









RFI 

ACC 

HARRIS 

Tree Removal 



CLO 

5/19/2005 

5/19/2005 

5/26/2005 

RFI 

HARRIS 

ACC 

Tree Removal 



CLO 

5/19/2005 

5/19/2005 

5/26/2005 

RFI No. 

00016 









RFI 

ACC 

HARRIS 

Stage Const'n Limits 



CLO 

5/23/2005 


5/30/2005 

RFI 

HARRIS 

URS 

Stage Const'n Limits 



CLO 

5/23/2005 

5/16/2005 

5/30/2005 

RFI 

HARRIS 

ACC 

Stage Const'n Limits 



CLO 

5/26/2005 

5/16/2005 

6/2/2005 

RFI 

URS 

HARRIS 

Stage Const'n Limits 



CLO 

5/26/2005 

5/16/2005 

6/2/2005 

RFI No. 

00017 









RFI 

HARRIS 

URS 

Elevations 



CLO 

5/24/2005 

5/31/2005 

5/31/2005 

RFI 

ACC 

HARRIS 

Elevations 



CLO 

5/24/2005 


5/31/2005 

RFI 

HARRIS 

ACC 

Elevations 



CLO 

6/2/2005 

5/31/2005 

6/9/2005 

RFI No. 

00018 









RFI 

HARRIS 

URS 

Sewer Unit No. C 



CLO 

5/27/2005 

6/3/2005 

6/3/2005 

RFI 

ACC 

HARRIS 

Sewer Unit No. C 



CLO 

5/27/2005 

6/3/2005 

6/3/2005 

RFI 

HARRIS 

ACC 

Sewer Unit No. C 



CLO 

6/3/2005 

6/3/2005 

6/10/2005 

RFI 

URS 

HARRIS 

Sewer Unit No. C 



CLO 

6/3/2005 

6/3/2005 

6/10/2005 
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RFI Number From 

To 

Title 
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Issue 

Status 
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Responded 

Required 

RFI No. 00019 

RFI 

ACC 

HARRIS 

Sewer Unit No. C and F 



CLO 

5/27/2005 

6/3/2005 

6/3/2005 

RFI 

HARRIS 

URS 

Sewer Unit No. C and F 



CLO 

5/27/2005 

6/3/2005 

6/3/2005 

RFI 

HARRIS 

ACC 

Sewer Unit No. C and F 



CLO 

6/3/2005 

6/3/2005 

6/10/2005 

RFI 

URS 

HARRIS 

Sewer Unit No. C and F 



CLO 

6/3/2005 

6/3/2005 

6/10/2005 

RFI No. 

00020 









RFI 

HARRIS 

COYOTE 

Sewer manhole lining 



CLO 

6/3/2005 

6/6/2005 

6/10/2005 

RFI 

ACC 

HARRIS 

Sewer manhole lining 



CLO 

6/3/2005 

6/7/2005 

6/10/2005 

RFI 

HARRIS 

URS 

Sewer manhole lining 



CLO 

6/6/2005 

6/7/2005 

6/13/2005 

RFI 

URS 

HARRIS 

Sewer manhole lining 



CLO 

6/7/2005 

6/7/2005 

6/14/2005 

RFI 

HARRIS 

ACC 

Sewer manhole lining 



CLO 

6/7/2005 

6/7/2005 

6/14/2005 

RFI No. 

00021 









RFI 

ACC 

HARRIS 

Abutments 



CLO 

6/15/2005 

6/21/2005 

6/22/2005 

RFI 

HARRIS 

ACC 

Abutments 



CLO 

6/21/2005 

6/21/2005 

6/28/2005 

RFI No. 

00022 









RFI 

ACC 

HARRIS 

Temprary Steel Casing 



CLO 

6/20/2005 

6/29/2005 

6/27/2005 

RFI 

HARRIS 

ACC 

Temprary Steel Casing 



CLO 

6/29/2005 

6/29/2005 

7/6/2005 

RFI No. 

00023 









RFI 

ACC 

HARRIS 

CIOH Piles 



CLO 

6/20/2005 

6/29/2005 

6/27/2005 

RFI 

HARRIS 

ACC 

CIOH Piles 



CLO 

6/29/2005 

6/29/2005 

7/6/2005 

RFI No. 

00024 









RFI 

HARRIS 

ACC 

High Strength Rod 



CLO 

6/24/2005 

6/23/2005 

7/1/2005 

RFI 

HARRIS 

URS 

High Strength Rod 



CLO 

6/24/2005 

6/23/2005 

7/1/2005 

RFI 

ACC 

HARRIS 

High Strength Rod 



CLO 

6/24/2005 

6/23/2005 

7/1/2005 

RFI No. 00025 









RFI 

HARRIS 

PSOMAS 

Maintenance Road 



CLO 

6/24/2005 

6/28/2005 

7/1/2005 

RFI 

ACC 

HARRIS 

Maintenance Road 



CLO 

6/24/2005 

6/28/2005 

7/1/2005 

RFI 

HARRIS 

ACC 

Maintenance Road 



CLO 

6/28/2005 

6/28/2005 

7/5/2005 

RFI 

PSOMAS 

HARRIS 

Maintenance Road 



CLO 

6/28/2005 

6/28/2005 

7/5/2005 

RFI No. 

00026 









RFI 

HARRIS 

COYOTE 

Mitten Crab 



CLO 

6/28/2005 

6/28/2005 

7/5/2005 

RFI 

HARRIS 

ACC 

Mitten Crab 



CLO 

6/28/2005 

6/28/2005 

7/5/2005 

RFI 

ACC 

HARRIS 

Mitten Crab 



CLO 

6/28/2005 

6/28/2005 

7/5/2005 

RFI No. 

00027 









RFI 

HARRIS 

PSOMAS 

Flap Gates 



CLO 

6/29/2005 

7/7/2005 

7/6/2005 

RFI 

ACC 

HARRIS 

Flap Gates 



CLO 

6/29/2005 

7/7/2005 

7/6/2005 

RFI 

HARRIS 

ACC 

Flap Gates 



CLO 

7/7/2005 

7/7/2005 

7/14/2005 
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Change 


RFI Number From 

To 

Title 

Issue Status Dated 

Responded Required 


RFI No. 00027 


RFI 

PSOMAS 

HARRIS 

Flap Gates 

CLO 

7/7/2005 

7/7/2005 

7/14/2005 

RFI No. 00028 







RFI 

HARRIS 

COYOTE 

Utility Crossing Angle 

CLO 

6/29/2005 

7/6/2005 

7/6/2005 

RFI 

ACC 

HARRIS 

Utility Crossing Angle 

CLO 

6/29/2005 

7/6/2005 

7/6/2005 

RFI 

HARRIS 

ACC 

Utility Crossing Angle 

CLO 

7/6/2005 

7/6/2005 

7/13/2005 

RFI 

COYOTE 

HARRIS 

Utility Crossing Angle 

CLO 

7/6/2005 

7/6/2005 

7/13/2005 

RFI No. 00029 







RFI 

HARRIS 

ACC 

Miradrain 

CLO 

6/30/2005 

7/6/2005 

7/13/2005 

RFI 

ACC 

HARRIS 

Miradrain 

CLO 

6/30/2005 

7/6/2005 

7/13/2005 

RFI 

HARRIS 

PSOMAS 

Miradrain 

CLO 

6/30/2005 

7/6/2005 

7/7/2005 

RFI 

PSOMAS 

HARRIS 

Miradrain 

CLO 

6/30/2005 

7/6/2005 

7/13/2005 


RFI No. 00030 


RFI 

ACC 

HARRIS 

Storm Drains P2 

CLO 

7/7/2005 

7/11/2005 

7/14/2005 

RFI 

HARRIS 

ACC 

Storm Drains P2 

CLO 

7/11/2005 

7/11/2005 

7/18/2005 


RFI No. 00031 


RFI 

HARRIS 

PSOMAS 

Anchor Bolts 

CLO 

7/11/2005 

7/12/2005 

7/18/2005 

RFI 

ACC 

HARRIS 

Anchor Bolts 

CLO 

7/11/2005 

7/12/2005 

7/18/2005 

RFI 

PSOMAS 

HARRIS 

Anchor Bolts 

CLO 

7/12/2005 

7/12/2005 

7/19/2005 

RFI 

HARRIS 

ACC 

Anchor Bolts 

CLO 

7/12/2005 

7/12/2005 

7/19/2005 


RFI No. 00032 


RFI 

ACC 

HARRIS 

Smooth Dowels 

CLO 

7/15/2005 

7/15/2004 

7/22/2005 

RFI 

HARRIS 

ACC 

Smooth Dowels 

CLO 

7/15/2005 

7/15/2004 

7/22/2005 


RFI No. 00033 


RFI 

ACC 

HARRIS 

Gabion Baskets 

CLO 

7/15/2005 


7/22/2005 

RFI 

HARRIS 

PSOMAS 

Gabion Baskets 

CLO 

7/15/2005 

7/21/2005 

7/22/2005 

RFI 

PSOMAS 

HARRIS 

Gabion Baskets 

CLO 

7/21/2005 

7/21/2005 

7/28/2005 

RFI 

HARRIS 

ACC 

Gabion Baskets 

CLO 

7/21/2005 

7/21/2005 

7/28/2005 

RFI No. 

00034 







RFI 

ACC 

HARRIS 

Waterstop Termination Detail 

CLO 

7/15/2005 


7/22/2005 

RFI 

HARRIS 

PSOMAS 

Waterstop Termination Detail 

CLO 

7/15/2005 

7/26/2005 

7/22/2005 

RFI 

HARRIS 

ACC 

Waterstop Termination Detail 

CLO 

7/26/2005 

7/26/2005 

8/2/2005 

RFI 

PSOMAS 

HARRIS 

Waterstop Termination Detail 

CLO 

7/26/2005 

7/26/2005 

8/2/2005 

RFI No. 00035 







RFI 

ACC 

HARRIS 

Shotcrete use for Curtain Wall 

CLO 

7/22/2005 

8/4/2005 

7/29/2005 

RFI 

HARRIS 

URS 

Shotcrete use for Curtain Wall 

CLO 

7/29/2005 

8/4/2005 

8/5/2005 

RFI 

HARRIS 

ACC 

Shotcrete use for Curtain Wall 

CLO 

8/4/2005 

8/4/2005 

8/11/2005 
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RFI No. 00036 


RFI 

ACC 

HARRIS 

Alum Rock Brg - waterstop detail 

CLO 

7/26/2005 


8/2/2005 

RFI 

HARRIS 

URS 

Alum Rock Brg - waterstop detail 

CLO 

7/27/2005 

8/5/2005 

8/3/2005 

RFI 

HARRIS 

ACC 

Alum Rock Brg - waterstop detail 

CLO 

8/5/2005 

8/5/2005 

8/12/2005 

RFI 

URS 

HARRIS 

Alum Rock Brg - waterstop detail 

CLO 

8/5/2005 

8/5/2005 

8/12/2005 


RFI No. 00037 


RFI 

HARRIS 

PSOMAS 

Concrete Structures 

CLO 

7/28/2005 

8/2/2005 

8/4/2005 

RFI 

ACC 

HARRIS 

Concrete Structures 

CLO 

7/28/2005 

8/2/2005 

8/4/2005 

RFI 

PSOMAS 

HARRIS 

Concrete Structures 

CLO 

8/2/2005 

8/2/2005 

8/9/2005 

RFI 

HARRIS 

ACC 

Concrete Structures 

CLO 

8/2/2005 

8/2/2005 

8/9/2005 


RFI No. 00038 


RFI 

ACC 

HARRIS 

Conduit 

CLO 

8/2/2005 

8/2/2005 

8/9/2005 

RFI 

HARRIS 

ACC 

Conduit 

CLO 

8/2/2005 

8/2/2005 

8/9/2005 


RFI No. 00039 


RFI 

ACC 

HARRIS 

Alum Rock Conduit - Joint Movement 

CLO 

8/3/2005 

8/5/2005 

8/10/2005 

RFI 

HARRIS 

ACC 

Alum Rock Conduit - Joint Movement 

CLO 

8/4/2005 

8/5/2005 

8/11/2005 


RFI No. 00040 


RFI 

ACC 

HARRIS 

U-frame Channel Expansion Joint 

CLO 

8/15/2005 

8/16/2005 

8/22/2005 

RFI 

HARRIS 

ACC 

U-frame Channel Expansion Joint 

CLO 

8/16/2005 

8/16/2005 

8/23/2005 


RFI No. 00041 


RFI 

HARRIS 

PSOMAS 

U-channel, Warp Walls 

CLO 

8/18/2005 

8/31/2005 

8/25/2005 

RFI 

ACC 

HARRIS 

U-channel, Warp Walls 

CLO 

8/18/2005 

8/31/2005 

8/25/2005 

RFI 

HARRIS 

ACC 

U-channel, Warp Walls 

CLO 

8/31/2005 

8/31/2005 

9/7/2005 


RFI No. 00042 


RFI 

HARRIS 

PSOMAS 

Ret Wall Tie-in to (E) Box Culvert 

CLO 

8/26/2005 

9/6/2005 

9/6/2005 

RFI 

ACC 

HARRIS 

Ret Wall Tie-in to (E) Box Culvert 

CLO 

8/26/2005 

9/6/2005 

9/6/2005 

RFI 

HARRIS 

ACC 

Ret Wall Tie-in to (E) Box Culvert 

CLO 

9/6/2005 

9/6/2005 

9/13/2005 

RFI No. 00043 







RFI 

ACC 

HARRIS 

Power Pole guy Wire Conflict 

CLO 

9/9/2005 

9/14/2005 

9/16/2005 

RFI 

HARRIS 

ACC 

Power Pole guy Wire Conflict 

CLO 

9/14/2005 

9/14/2005 

9/21/2005 

RFI No. 00044 







RFI 

HARRIS 

PSOMAS 

AR Cantilevered Structure 

CLO 

9/7/2005 

9/13/2005 

9/14/2005 

RFI 

HARRIS 

ACC 

AR Cantilevered Structure 

CLO 

9/7/2005 

9/13/2005 

9/20/2005 

RFI 

ACC 

HARRIS 

AR Cantilevered Structure 

CLO 

9/13/2005 


9/20/2005 
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00001 

Sewer Modifications to Line "g" 

00001 

4/22/2005 

9/1/2005 

N 

CLO 

00002 

Checkers Drive Modified Traffic Control Plan 

00002 

5/3/2005 

5/9/2005 

N 

CLO 

00003 

SD and SS - Pipe Zone Material 

00003 

5/10/2005 

5/11/2005 

N 

CLO 

00004 

54” CMP Storm Drain Conflict - Change Request 

00004 

5/13/2005 

6/20/2005 

N 

CLO 

00005 

Modifications to Structure Sheets, Sht C-1 & U-1 

00005 

5/13/2005 

8/9/2005 

N 

CLO 

00006 

Rain Days May 5 & May 6, 2005 

00006 

5/16/2005 

7/15/2005 

N 

CLO 

00007 

Rain Days May 8 & May 9, 2005 

00007 

5/16/2005 

7/15/2005 

N 

CLO 

00008 

Modification to Wall 04, Sheets PI and D1 

00008 

5/25/2005 

6/14/2005 

N 

CLO 

00009 

Mobilization Payment 

00009 

6/3/2005 

6/7/2005 

N 

CLO 

00010 

Storm Drain Outfall at STA 69+08 LT 

00010 

6/8/2005 

3/31/2006 

N 

CLO 

00011 

East Side Sewer Siphon - Concrete Slab in Trench 

00011 

6/16/2005 

7/15/2005 

N 

CLO 

00012 

Rain Days June 9 & 10 and June 13 & 14, 2005 

00012 

6/16/2005 

7/15/2005 

N 

CLO 

00013 

SBC Lines North Side of Alum Rock Bridge 

00013 

6/20/2005 

3/31/2006 

N 

CLO 

00014 

Partnering Costs 

00014 

6/20/2005 

6/22/2005 

N 

CLO 

00015 

Sewer Siphon on Sunset Avenue 

00015 

6/23/2005 

7/15/2005 

N 

CLO 

00016 

Light Pole on Lausett Avenue 

00016 

6/25/2005 

7/8/2005 

N 

CLO 

00017 

RFP - "A" Signs along San Antonio Street 

00017 

7/6/2005 

7/12/2005 

Y 

CLO 

00018 

Trench Backfill & Surface Restoration 

00018 

7/6/2005 

4/28/2006 

N 

CLO 

00019 

Channel Ex - Differing Subsurface Conditions 

00019 

7/8/2005 

7/20/2005 

N 

CLO 

00020 

60"x90” Flap Gate at STA 94+39 RT 

00020 

7/14/2005 

8/3/2005 

N 

CLO 

00021 

Recovery Schedule 

00021 

7/25/2005 


N 

OPN 

00022 

Reach 3, Phase 1 Shoring 

00022 

7/27/2005 

8/3/2005 

N 

CLO 

00023 

Floodwall CRIP 

00023 

8/1/2005 

8/5/2005 

N 

CLO 

00024 

Contractor-Furnished ROW 

00024 

8/4/2005 

3/31/2006 

Y 

CLO 

00025 

Delete Floodwall CIDH Piles 

00025 

8/5/2005 


N 

OPN 

00026 

RFP - Fractured Rib at Concrete Barrier 

00026 

8/10/2005 

11/30/2005 

N 

CLO 

00027 

Revise Soil Sampling for 1948/1954 Alum Rock 

00027 

8/12/2005 

2/28/2006 

N 

CLO 

00028 

SBC Conduits Beneath Approach Slab 

00028 

8/15/2005 

8/18/2005 

N 

CLO 

00029 

U-Frame Channel Expansion Joints 

00029 

8/17/2005 

8/24/2005 

N 

CLO 

00030 

Channel Excavation Trucking Costs 

00030 

8/18/2005 

3/9/2006 

N 

CLO 

00031 

Garage Flooding at 2080 Alum Rock Avenue 

00031 

8/24/2005 

8/24/2005 

N 

CLO 

00032 

Santa Fe Cross 

00032 

8/30/2005 

8/30/2005 

N 

CLO 

00033 

Match Architectural Pattern on Exist RCB Headwall 

00033 

8/30/2005 

1/31/2006 

N 

CLO 

00034 

Wall 5 & Wall 7 Connection to Existing Sunset RCB 

00034 

9/1/2005 

12/28/2005 

Y 

CLO 

00035 

SBC Conduit Interference at Alum Rock Stage 2 

00035 

9/8/2005 

11/18/2005 

N 

CLO 

00036 

60” CMP Opening at Existing Sunset RCB 

00036 

9/10/2005 

12/31/2005 

N 

CLO 

00037 

Invert Slabs at Sunset RCBs 

00037 

9/10/2005 

10/21/2005 

N 

CLO 

00038 

16" Water and 4" Gas Conflict with CIDH Piles 

00038 

9/10/2005 

12/28/2005 

N 

CLO 

00039 

Lausett Bridge -- Guy Anchor 

00039 

9/12/2005 

3/9/2006 

N 

CLO 

00040 

21” VCP Sewer Conflict with CIDH Piles 

00040 

9/13/2005 

12/28/2005 

N 

CLO 

00041 

Lausett Bridge Picket Fence Modifications 

00041 

9/18/2005 

10/14/2005 

N 

CLO 

00042 

RFP - Extra Coir Logs 

00042 

9/7/2005 

10/12/2005 

N 

CLO 

00043 

Comcast — CATV Modifications 

00043 

9/20/2005 

5/12/2006 

N 

CLO 

00044 

Delete Anti-Graffiti Coating 

00044 

9/21/2005 

11/10/2005 

N 

CLO 

00045 

Exist Alum Rock Sewer MHs - Remove Drop Steps 

00045 

9/23/2005 

9/26/2005 

N 

CLO 

00046 

Sunset Avenue Sewer Siphon - Clean and Re-video 

00046 

9/23/2005 

12/5/2005 

N 

CLO 

00047 

Lausett Avenue - Conflict with Exist Gas Main 

00047 

9/25/2005 

3/9/2006 

N 

CLO 

00048 

Wall #3 to Gabion Transition 

00048 

10/1/2005 

10/12/2005 

N 

CLO 

00049 

Brick & Mortar Outfall Stubs 

00049 

10/4/2005 

2/8/2006 

N 

CLO 

00050 

Winterization Plan - BMPs 

00050 

10/10/2005 

11/8/2005 

N 

CLO 

00051 

Flydroseed - Fland Watering 

00051 

10/10/2005 

2/28/2006 

N 

CLO 
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00052 

Hydroseed Gabions - Reach 3 Phase 2 

00052 

10/18/2005 

10/21/2005 

N 

CLO 

00053 

36" Storm Drain at Shortridge 

00053 

10/25/2005 

12/23/2005 

N 

CLO 

00054 

CL Fencing Modifications 

00054 

11/8/2005 

3/22/2006 

N 

CLO 

00055 

Delete Planting and Irrigation 

00055 

11/8/2005 

4/7/2006 

N 

CLO 

00056 

NOT USED 

00056 

11/8/2005 

11/16/2005 

N 

CLO 

00057 

Sunset Avenue - Road Restoration 

00057 

11/8/2005 

2/28/2006 

N 

CLO 

00058 

NCN #005 — Sunset Avenue Curb & Gutter 

00058 

11/17/2005 

4/28/2006 

Y 

CLO 

00059 

Sunset Avenue - Sawcutting along Gutters 

00059 

11/17/2005 

3/9/2006 

N 

CLO 

00060 

Demolition Subcontractor - Impacts due to SBC 

00060 

11/17/2005 


N 

OPN 

00061 

Alum Rock — Crash Cushion Replacement 

00061 

11/18/2005 

4/5/2006 

N 

CLO 

00062 

NOT USED 

00062 

12/5/2005 

12/20/2005 

N 

CLO 

00063 

Quantity - Armoring Aggregate 

00063 

12/6/2005 


N 

OPN 

00064 

F&M Driveway — Concrete under AC Pavement 

00064 

12/9/2005 

2/28/2006 

N 

CLO 

00065 

Sunset, Lausett, Shortridge - Reconstruct C&G 

00065 

12/12/2005 

1/31/2006 

N 

CLO 

00066 

Concrete Barrier -- Modify CL-7 Fence 

00066 

12/27/2005 

1/30/2006 

N 

CLO 

00067 

Traffic Control System 

00067 

12/27/2005 

3/31/2006 

N 

CLO 

00068 

15" Storm Drain Connection at Lausett 

00068 

1/4/2006 

2/28/2006 

N 

CLO 

00069 

Alum Rock - Restoration beyond Contract Limits 

00069 

1/12/2006 

2/28/2006 

N 

CLO 

00070 

Lausett Avenue - Road Modifications 

00070 

1/20/2006 

1/31/2006 

N 

CLO 

00071 

Clean Soil Disposal Facility 

00071 

1/20/2006 


N 

OPN 

00072 

Lausett Bridge Punchlist 

00072 

2/9/2006 

2/10/2006 

N 

CLO 

00073 

Punchlist Items 

00073 

2/10/2006 


N 

OPN 

00074 

Maint Rd STA 92+00 to 94+00 RT - Differing Site 

00074 

2/16/2006 

3/9/2006 

N 

CLO 

00075 

RFP - Delete Maintenance STA 86+00 to Alum Rock 

00075 

2/17/2006 

6/13/2006 

N 

CLO 

00076 

Wall 3 - Outside District ROW 

00076 

4/10/2006 


Y 

OPN 

00077 

Quantity - Foundation Stabilization 

00077 

4/19/2006 


N 

OPN 

00078 

Quantity - Native Embankment 

00078 

5/10/2006 

5/24/2006 

N 

CLO 
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Santa Clara Valley Water District 

Construction Administration Unit 

PROJECT: LOWER SILVER CREEK, Reach 3, Phase 3 

CONTRACTOR: ACC West Coast, Inc. 

ADDRESS: 3701 Mallard Drive, Benicia, CA 94510 


thru PROGRESS PAYMENT No. 13 

ORIGINAL BID: $ 9,814,000.00 

$ 

J_;_ 

S 9,814,000.00 


TODAY'S DATE: 
PAY (FROM) 
PERIOD (TO): 


6-Jun-06 
1-May-06 
31-May-06 
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Santa Clara Valley Water District 

Construction Administration Unit thru PROGRESS PAYMENT No. 13 


PROJECT: LOWER SILVER CREEK, Reach 3, Phase 3 ORIGINAL BID: $ 9,814,000.00 

CONTRACTOR: ACC West Coast, Inc. $ 

ADDRESS: 3701 Mallard Drive, Benicia, CA 94510 _$_-_ 

S 9,814,000.00 


TODAY'S DATE: 6-Jun-06 

PAY (FROM) 1-May-06 

PERIOD (TO): 31-May-06 


Lausett Avenue - Road Modifications 

70 


70 


24,638.00 

24,638.00 

- 

Clean Soil Disposal Facility 

71 


71 


6,834.00 

6,834.00 

- 

Lausett Bridge Punchlist 

72 


72 


7,059.00 

7,059.00 

- 

Punchlist 

73 


73 


3,503.50 

3,503.50 

- 

Maint Rd STA 92+00 to 94+00 RT - differ 

74 


74 


9,336.14 

9,336.14 

- 


75 




- 

- 

- 


76 




- 

- 

- 


77 




- 

- 

- 


78 




- 

- 

- 






- 

- 

- 






- 

- 

- 






- 

- 

- 


Totals | 622,903.63 [ 622,903.63 | 0.00 | 
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Construction Issues — Reach 3, Phase 3 


Issue # 001 - Sewer Modifications to Line “g” 

The City of San Jose made modifications to Sewer Line “g” that involved realignment and the 
introduction of Ductile Iron Pipe (DIP) having a ceramic epoxy lining. The affected plans are Sheets 
SS-1, SS-2, and SS-3 of Volume IV. The District approved the Contractor’s cost proposal of 
$19,597 for the modifications. 

Issue # 002 - Checkers Drive Modified Traffic Control Plan 

The District and the City of San Jose directed the Contractor to postpone, by 3 days, the 
implementation of a Contractor-requested modified traffic control. The Contractor complied with 
the directive; a claim for delays was not made. There is no contract change. 

Issue #003 - Storm Drain and Sewer Line Pipe Zone Material 

The Contractor requested the use of an alternate material for use in the pipe zone of new storm drain 
and sewer work. The Design Engineer and the City of San Jose approved the alternate material. 

There is no contract change. 

Issue #004 - 54” CMP Storm Drain Conflict - Change Request 

The Contractor notified the Construction Manager that existing substructures conflicted with the 
alignment of the new 54” CMP storm drain at Alum Rock and Checkers Drive. The substructures 
were not marked by USA nor shown on the plans. The Construction Manager recommended that 
the District acknowledge the Contractor’s change request. The District acknowledged the 
Contractor’s change request. The force account costs of $25,479.75 have been finalized. 

Issue #005 - Modifications to Structure Sheets, Sheets C-l and U-l 

The District made modifications to certain Structure Sheets 1 of 13, 4 of 13, 5 of 13, 6 of 13, 7 of 13, 
Sheet C-l and Sheet U-l of Volume IV. The Contractor and its subcontractors have not made 
any claim; therefore, this matter is now closed. 

Issue # 006 - Rain Days May 5 and May 6,2005 

The Contractor has requested rain days for the inclement weather that occurred on May 5 and May 6, 
2005. The Construction Manager has recommended that the District acknowledge the 
Contractor’s request. The District has acknowledged the Contractor’s request. 

Issue #007 — Rain Days May 8 and May 9,2005 

The Contractor has requested rain days for the inclement weather that occurred on May 8 and May 9, 
2005. The Construction Manager has recommended that the District acknowledge the 
Contractor’s request. The District has acknowledged the Contractor’s request. 

Issue #008 - Modification to Wall 04. Sheets PI and D1 

The District made modifications to Wall 04, Sheets PI and Dl, of Volume II. The Contractor 
indicated that this is a non-issue. 

Issue #009 - Mobilization Payment 

The Contractor requested partial payment of the Mobilization Bid Item #2 in the May 2005 progress 
payment. The Construction Manager reviewed the request and recommended partial payment. 
The District approved partial payment. 









Issue # 010 - Storm Drain Outfall at STA 69+08 LT 

The District issued the final design details for this outfall. The contract provides for a $30,000 
allowance for this work. The Contractor prepared a cost proposal for $180,000 based on the final 
design details. The Construction Manager made an independent estimate of $150,000 and 
reviewed the Contractor’s cost proposal. The Construction Manager recommended that the 
District accept the Contractor’s proposal or delete the work from the contract; the 
Construction Manager advised against time & materials. The District is discussing the deletion 
of the work with the City of San Jose. However, given that the project will sunset in April 2006 
the District has chosen to delete this work from the contract; any work performed to date has 
been paid under the respective bid item. 

Issue # Oil - East Side Sewer Siphon - Concrete Slab in Trench 

The Contractor notified the Construction Manager that an existing concrete slab, 12”± thick, was 
discovered at approximately 9-feet deep along the sewer siphon trench in Alum Rock. The 
Construction Manager assessed the field conditions and reviewed the plans and specifications. The 
concrete slab is not shown on the plans and could not be ascertained during the bid phase. The 

Construction Manager recommended that the District acknowledge the Contractor’s change 
request. The District acknowledged the Contractor’s request. The force account costs of 
$35,078.73 have been finalized. 

Issue #012 - Rain Days June 9 & 10 and June 13 & 14,2005 

The Contractor has requested rain days for the inclement weather that occurred on June 9 & 10 and 
June 13 & 14, 2005. The Construction Manager recognized the rain days of June 9 & 10, 2005, but 
not the other two days. The Construction Manager’s observations were that the Contractor’s work 
was affected on June 13 & 14, 2005 due to mechanical problems in the pump works. The 

Construction Manager has recommended that the District acknowledge two of the rain days 
requested by the Contractor. The District has acknowledged two of the rain days requested by 
the Contractor. 

Issue #013 - SBC Lines North Side of Alum Rock Bridge 

The Contractor notified the Construction Manager that existing phone lines in Alum Rock will 
require multiple moves in order to support the lines during bridge work. The Contractor argues that 
the plans do not indicate multiple moves and that such a need could not be foreseen during the bid 
phase. The Construction Manager denied the Contractor’s change request. The Contractor has 
contested the Construction Manager’s denial. This matter is being dealt with under Issue #021. 

Issue #014 - Partnering Costs 

The Contractor reimbursed the Partnering Facilitator, as required under the contract, for the invoiced 
amount of $4,500. The District authorized payment through its consultant agreement with the 
Facilitator. The Facilitator costs totaled $4,500. 

Issue # 015 - Sewer Siphon on Sunset Avenue 

The Contractor notified the Construction Manager that the existing 60” storm drain in Sunset Avenue 
conflicts with the proposed sewer alignment shown on the plans. The Construction Manager assessed 
the field conditions and reviewed the plans and specifications. The existing 60” storm drain alignment 
depicted on the plans do not reflect the actual field conditions. The actual storm drain alignment is 
such that it conflicts with the proposed sewer alignment. The Construction Manager recommended 
that the District acknowledge the Contractor’s change request. The District acknowledged the 
Contractor’s request. The force account costs of $288.04 have been finalized. 








Issue #016 - Light Pole on Lausett Avenue 

The Contractor notified the Construction Manager that removal and relocation of the light pole and 
the installation and removal of temporary lighting on Lausett Avenue is outside the contract 
requirements. The Contractor stated that the information provided in the plans is unclear regarding the 
light pole. The Contractor cited that Sheet DM2 requires relocation of the light pole and that Note 14 
on Sheet P2 requires the light pole to be protected in-place (as modified in Clarification Letter No. 1 
during the bid phase). The Contractor requested a contract change based on the need to relocate the 
light pole to accommodate the new pedestrian bridge abutment and ramp along the right side (RT) of 
the channel. 

The Construction Manager reviewed the Contractor’s request. Clarification Letter No. 1 made 
modifications to Note 14 of Sheet P2. The modifications affected the light pole at STA 99+75 Left 
(LT), not the RT light pole; Note 14 of Sheet P2 was deleted as it applied to the light pole at STA 
99+75 LT and now required this pole to be protected in-place. Thus, the light pole on the RT side of 
the channel had not been modified by Clarification letter No. 1 and still required relocation per Note 
14 of Sheet P2. Based on the aforementioned, the Construction Manager determined that there 
is no basis for a contract change. 

Issue #017 - RFP - “A” Signs along San Antonio Street 

The District authorized the addition of two (2) - Type “A” signs along San Antonio Street. The 
District desired to have more informational signage for traffic along San Antonio Street. The 
Contractor submitted a lump sum price of $917. The Construction Manager found the price 
acceptable; the District approved the Contractor’s lump sum price of $917. 

Issue #018 - Class 3 Base along City of San Jose Streets 

The City of San Jose modified the road pavement section and the trench restoration section in Sunset 
Avenue, Checkers Drive and Lausett Avenue. Applicable sections of Volume I, Sheet CD01 of 
Volume II, applicable sections of the City of San Jose standard specifications and standard details 
shall be modified as follows. 

1. Trench backfill shall satisfy the requirements of Section 1301-1.6 of the City of San Jose 
Standard Specifications, Method A, and as modified in the City’s published trench section detail. 

2. Modify road section and trench restoration section to have 9” AC over 12” Base. 

3. AC pavement shall be placed in 2-4” lifts having %” medium and a 1” surface lift having 'A” 
medium. 

4. Base shall be Class 3, Class 3 Recycled, or Class 2 Recycled. City-approved base materials shall 
be used. 

The Contractor has made a change request for the additional expense related to the Class 3 base 
material and the need to use structural backfill for trench backfill in lieu of native material. 

The Contractor has noted that additional costs involve, primarily, the purchase of road base 
material. The Contractor has not made a formal claim; therefore, this issue will be closed. 



Issue #019 - Channel Excavation - Differing Subsurface Conditions 

The Contractor notified the Construction Manager that concrete objects and abandoned utility lines 
were discovered at approximate ST A 92+50 RT (possibly old Shortridge Avenue) during channel 
excavation. The Contractor argues that the plans do not indicate such objects and require handling 
different than that used for clean channel excavation spoils; additionally, the Contractor argues that 
these objects could not be ascertained during the bid phase. The Construction Manager 
recommended that the District acknowledge the Contractor’s change request. The District 
acknowledged the Contractor’s request. The force account costs of $1,835.41 have been 
finalized. 

Issue #020 - 60”x90” Flan Gate at STA 94+39 RT 

The Contractor has made a change request concerning the modification made to the flap gate at STA 
94+39 RT. The Design Engineer modified the specified flap gate from a 78” round-shaped to a 
60”x90” rectangular-shaped. The Contractor has served written notice that there will be a cost 
increase associated with the modification; the final amount can be determined when shop drawings 
are completed. 

The Contractor also states that if the true geometry of the outfall wall penetration dictates the need to 
reconfigure the storm drain piping outside the new Sunset Avenue RCB, that such an event would be 
viewed as a contract change. The Contractor proposes reconfiguration on a force account basis or a 
lump sum price. 

The Construction Manager recognizes the Contractor's change request relative to the modified flap 
gate. The matter concerning potential reconfiguration of the storm drain piping outside the new 
Sunset Avenue RCB can be deferred until the true geometry is determined. The District has 
approved the Contractor’s cost proposal of $3,955 for additional costs related to the flap gate 
modification. 

Issue #021 - Recovery Schedule 

Open Issue (reference Section 8 of this report). 

Issue #022 - Reach 3. Phase 1 Shoring 

The Contractor has made a change request concerning the subsurface conditions between STA 86+00 
and approximate STA 86+25. The Contractor has uncovered the shoring system used during the 
Reach 3, Phase 1 project. The soldier piles and lagging appear to interfere with the new U-Frame 
Channel along both sides. The Contractor states that the subsurface conditions differ from those 
indicated on the plans. 

Review of the Contract Documents and the site conditions reveal a differing subsurface condition. 
The shoring system used during the Reach 3, Phase 1 project is not indicated on the plans and could 
not be ascertained during the time of bid. Sheets PI, Dl, SI and DM1 of Volume II do not reveal the 
Reach 3, Phase 1 shoring left in-place. Likewise, Section 19.01, Channel Excavation and Section 
28.05, U-Frame Channel of the Technical Provisions do not specify the removal of the Reach 3, 
Phase 1 shoring. 

Since the Reach 3, Phase 1 shoring lies in front of the recently constructed Reach 3, Phase 3 CIDH 
shoring piles, the Contractor proposes to remove interfering portions of the Reach 3, Phase 1 lagging 
and soldier piles. The work can be done on force account and additional costs paid under Bid Item 
#36, “Extra Work/Credits”. The Construction Manager recognized the Contractor's change 
request and recommended District approval of such. The District acknowledged the 
Contractor’s change request. The force account costs of $1,777.16 have been finalized. 



Issue #023 - Floodwall Cost Reduction Proposal 

Under the Cost Reduction Incentive Program (CRIP), the Contractor proposed a modified floodwall 
design that entailed the construction of earthen berms in lieu of floodwalls. Upon review of the 
proposal, the District did not accept the proposal due to factors unrelated to construction and 
immediate cost savings. This matter is closed. 

Issue #024 - Contractor -Furnished Right-of-Wav 

The Contractor informed the Construction Manager and the District that it made a verbal agreement 
to use the property at 1948 Alum Rock for access. The verbal agreement was made with the towing 
company that leases the property. At the time of the agreement, the Contractor was not aware that the 
towing company was a tenant. Subsequently, the property owner engaged the Contractor and the 
District concerning use of its property. The District informed the property owner that the construction 
contract did not restrict the Contractor from making verbal agreements with third-party property 
owners. Based on a verbal agreement, the Contractor continues to use the property for access and has 
on-going discussions with the property owner. The Contractor installed a temporary fence along 
District right-of-way during July 2005; all construction traffic ceased in March 2006. There has been 
no indication of any potential claims from the Contractor and/or the respective property owner. 
This matter is now closed. 

Issue #025 - Delete Floodwall CIDH Piles 
Open Issue (reference Section 8 of this report). 

Issue #026 - RFP - Fractured Rib at Concrete Barrier 

The District has solicited a cost proposal to modify the concrete barrier along Alum Rock to have a 
fractured rib finish on the inside of the barrier. The Contractor prepared a cost proposal for 
$21,194. The District approved the Contractor’s cost proposal. 

Issue #027 - Revise Soil Sampling for 1948/1954 Alum Rock 

The District and the Contractor agreed to revise the soil sampling methods due to site restrictions, as 
summarized in the Construction Manager’s Letter No. 38, dated August 23, 2005. The site conditions 
were such that there was not ample space to accommodate 250 CY stockpiles without interfering with 
other construction activities. The revised soil sampling method is a no-cost change to the contract. 
The Contractor provided written acknowledgement, with the exception that the District 
reimburse certain premium costs for expediting analytical testing, per a prior agreement. The 
District agreed to reimburse the Contractor for the $9,582 in premium costs. 

Issue # 028 - SBC Conduits beneath Approach Slab 

The Contractor notified the Construction Manager that the SBC conduits located at the Alum Rock 
Stage 1 construction had to be extended beyond the approach slab. The plans specify the conduits to 
be extended to the end of the bridge girders. The Construction Manager assessed the field conditions, 
reviewed the plans and specifications and reviewed the SBC plans. The SBC conduits are not shown 
to extend beyond the approach slab. The Construction Manager recommended that the District 
acknowledge the Contractor’s change request. The District acknowledged the Contractor’s 
request. The force account costs of $1,425.01 have been finalized. 




Issue # 029 - U-Frame Channel Expansion Joints 

The Contractor notified the Construction Manager that the Design Engineer’s response to RFI #40 
required more slip-dowels along the channel invert expansion joints. The Construction Manager 
reviewed the plans and specifications and determined that certain details were shown incorrectly. The 

Construction Manager recommended that the District acknowledge the Contractor’s change 
request. The District acknowledged the Contractor’s request. The force account costs of 
$4,400.62 have been finalized. 

Issue # 030 - Channel Excavation Trucking Costs 

The Contractor informed, verbally, the Construction Manager that their trucking subcontractor had 
been experiencing difficulties scheduling enough truckers to off-haul channel excavation. Apparently, 
off-haul of channel excavation earlier in the project had to be hauled to a site located in Prunedale. 
The Contractor claimed there were no local landfills that would accept the channel excavation due to 
certain levels of chromium. However, the Contractor had never received any written notice from its 
subcontractor claiming extra costs. The Contractor never made a written notice or claim 
substantiating such nor did it provide specifics about the disposal issue. This matter will be 
monitored for potential claims from the trucking subcontractor. This matter has been relegated 
to Issue #021. 

Issue # 031 - Garage Flooding at 2080 Alum Rock Avenue 

The City of San Jose notified the Construction Manager that the apartment complex located at 2080 
Alum Rock was experiencing flooding in its underground garage. Upon review of the field 
conditions, the Construction Manager determined that a backwater condition was created in the 
existing storm drain. The backwater condition resulted from Caltrans’ pump station retrofit at Alum 
Rock/I-680 and the Contractor’s storm drain diversion at Checkers Drive. Caltrans retrofitted the 
pump station in mid to late August 2005; this is when the apartment complex first experienced 
flooding of its garage. Prior to Caltrans’ pump station retrofit, the apartment complex had no 
flooding. The conclusion is that Caltrans’ pump station retrofit increased the flows discharged 
through the storm drain along Alum Rock; the increased flows exceeded the flow rates addressed in 
the contract documents. Thus, the Contractor had to take measures to mitigate the flooding that it 
otherwise would not have had to undertake. Initially, the Construction Manager directed the 
Contractor to mitigate the situation. The Construction Manager recommended that the District 
acknowledge the Contractor’s change request. The District acknowledged the Contractor’s 
change request. The force account costs of $36,743.37 have been finalized. 

Issue #032 - Delete Santa Fe Cross 

Upon field review by the District, the decision was made to delete the Santa Fe Cross pattern on 
Walls #16, 17 and 18 and replace with split fin pattern. The Contractor effected the modifications. 

The modifications were made as a no-cost change. 

Issue #033 - Match Architectural Pattern on Existing Sunset RCB Headwall 

Upon field review by the District, the decision was made to modify the exposed surfaces of Walls 
#16, 17, 18 and the Sunset Avenue RCB parapet walls that face Sunset Avenue. The exposed surfaces 
will be finished to match the architectural pattern on the existing Sunset Avenue RCB headwall. The 
District authorized the modifications. The force account costs of $38,523 have been finalized. 






Issue #034 - Wall 5 and Wall 7 Connection to Existing Sunset RCB 

The Contractor notified the Construction Manager that the Design Engineer’s response to RFI #42 
requires additional work to make the connections to the existing Sunset RCB. The Construction 
Manager reviewed the plans and specifications and determined that Walls 5 and 7 were designed to 
connect to a flare wall that is situated at street level. The Contractor constructed the walls per plan. 
The Construction Manager recommended that the District acknowledge the Contractor’s 
change request. The District acknowledged the Contractor’s change request. The force account 
costs of $11,030.87 have been finalized. 

Issue #035 - SBC Conduit Interference at Alum Rock Stage 2 

The Contractor notified the Construction Manager that SBC’s conduits along the southerly side of 
Stage 2 were interfering with the CIDH pile construction activities. Upon SBC’s exposing of its 
existing phone conduits, the realization was that relocating the conduits entailed more time and effort 
than originally anticipated. The Construction Manager reviewed the plans and specifications and 
SBC’s plans. It appears that the Contractor may have a legitimate claim that SBC’s conduits have 
caused delay to the construction activities. The Construction Manager completed its review of the 
Contractor’s change request and recommended District acknowledgement. The District 
acknowledged the Contractor’s change request. The force account costs of $10,772 have been 
finalized. 

Issue #036 - 60” CMP Opening at Existing Sunset RCB 

Upon field review by the District, the decision was made to fill the void where the existing 60” CMP 
penetrated the existing Sunset RCB. The void will be filled with shotcrete when the Contractor 
shotcretes Wall #16. The District authorized the modifications. The force account costs of $4,385 
have been finalized. 

Issue #037 - Invert Slabs at Sunset RCBs 

Upon review of the design drawings by the District, the decision was made to modify the invert slab 
elevations at specific points upstream and downstream of the Sunset RCBs. The District authorized 
the modifications. The force account costs of $3,350 have been finalized. 

Issue #038 -16” Water and 4” Gas Conflict with CIDH Piles 

The Contractor notified the Construction Manager that an abandoned 16” water and an abandoned 4” 
gas was encountered during CIDH pile construction. The abandoned utilities were not indicated on 
the plans. The Construction Manager reviewed the plans and specifications and confirmed the 
Contractor’s assessment. The impact of the conflicting utilities affected, for the most part, the drilling 
subcontractor. The conflicts required the drilling subcontractor to re-sequence work and incur 
overtime costs. Certain subcontractor costs from this issue will be included in Issue #40 since the 
subcontractor records do not distinguish between the two issues, but have been verified by the 
Construction Manager. The Construction Manager recommended that the District acknowledge 
the Contractor’s change request. The District acknowledged the Contractor’s change request. 
The force account costs of $3,518 have been finalized. 


Issue #039 - Lausett Pedestrian Bridge Guv Anchor 

The Contractor notified the Construction Manager that an existing PG&E power pole guy anchor 
conflicted with the new pedestrian bridge steel structure. The Contractor and the Construction 
Manager met with PG&E on-site to discuss moving the guy anchor. PG&E did not take any action, 
claiming that the District needs to complete a service request. PG&E instructed the Contractor to 
remove the interfering guy anchor and provide temporary supports, but that PG&E would install a 
new, permanent guy anchor that would be clear of the new pedestrian bridge. The Construction 
Manager reviewed the plans and specifications. The plans require that the Contractor protect the 
power pole in-place, but is silent on the guy anchor. It appears that the Contractor may have a 
legitimate claim since the guy anchor conflicted with the bridge structure; the bridge could not be 
placed without relocating the guy anchor, permanently. Typically, the Contractor would coordinate 
temporary relocations or support by PG&E, but not arrange for a permanent relocation that involves a 
service request by the creator of the project. The Construction Manager recommended District 
acknowledgement of the Contractor’s change request. The District reviewed the Construction 
Manager’s recommendation and recognized the Contractor’s change request. The force 
account costs of $1,963 have been finalized. 

Issue #040 - 21” VCP Sewer land other utilities under Issue #038) Conflict with CIDII Piles 

The Contractor notified the Construction Manager that an abandoned 21” VCP sewer was 
encountered during CIDH pile construction. The abandoned sewer was not indicated on the plans. 
The Construction Manager reviewed the plans and specifications and confirmed the Contractor’s 
assessment. The impact of the conflicting utilities affected, for the most part, the drilling 
subcontractor. The conflicts required the drilling subcontractor to re-sequence work and incur 
overtime costs. Certain subcontractor costs from Issue #38 will be included in this issue since the 
subcontractor records do not distinguish between the two issues, but have been verified by the 
Construction Manager. The Construction Manager recommended that the District acknowledge 
the Contractor’s change request. The District acknowledged the Contractor’s change request. 
The force account costs of $21,032.10 have been finalized. 

Issue #041 - Lausett Pedestrian Bridge Picket Fence 

The picket fence fabricator has requested additional compensation for added materials specified 
during the shop drawing review. The Design Engineer and the Construction Manager made revisions 
to the shop drawings to keep all pedestrian bridge picket fences consistent throughout the Lower 
Silver Creek projects. The Contractor requested an additional $1,142 for the added materials. 
The District approved the Contractor’s change request. 

Issue #042 - RFP - Extra Coir Logs 

The District has solicited a cost proposal for additional coir logs to be installed and to have on-hand 
during winterization of the construction site. The Contractor submitted a cost proposal of $28,500 
for all work. The District chose not to authorize the work. 

Issue #043 - Comcast CATV Modifications 

Upon review of the site conditions by Comcast, a modified plan was published by Comcast. The 

District authorized the modifications. The Contractor finalized the credit amounts. However, 
upon review of the actual work completed by the electrical subcontractor, the Contractor and 
the District have agreed to a no-cost change. 





Issue #044 - Delete Anti-Graffiti Coating 

After discussions with District Maintenance, the District made the decision to delete the anti-graffiti 
coating from the contract. The Contractor bid $85,000 for Bid Item #25, Anti-Graffiti Coating. The 

Contractor has offered a credit of $(77,715) for the deleted work; records of already-incurred 
costs have been provided. The District accepted the Contractor’s credit offer. The credit has 
been applied to Bid Item #25, Anti-Graffiti Coating. 

Issue #045 - Existing Alum Rock Sewer Manholes - Remove Drop Steps 

The City of San Jose requested that the drop steps be removed from existing sewer manholes SSMH- 
1 and SSMH-4 along the Alum Rock Sewer Siphon. The District authorized the additional work. 
The Contractor performed the work on a force account basis. The force account costs of $169 
have been finalized. 

Issue #046 - Sunset Avenue Sewer Siphon - Clean and Re-video 

The City of San Jose has required that the Contractor re-video the sewer siphon. The original video 
was stolen from one of the Contractor’s vehicles. At the time of the theft, the Construction Manager 
had given the Contractor clearance to connect to the existing sewer system, having already reviewed 
the video. However, the contract documents required the video to be reviewed by the City of San 
Jose; this was an oversight by the Construction Manager. 

As a result, the Contractor has requested reimbursement for costs that could have been avoided had 
the Construction Manager directed a re-video prior to connecting to the existing sewer. 

The Contractor seeks reimbursement for the following: 

1. Pump bypass system. 

2. Cost difference between cleaning sewage vs. clear water. 

3. Haul-off sewage. 

The Construction Manager recommended that the District acknowledge the Contractor’s 
change request. The District acknowledged the Contractor’s change request. The force account 
costs of $13,284.15 have been finalized. 

Issue #047 - Lausett Avenue - Conflict with Existing Gas Main 

The Contractor notified the Construction Manager that an existing PG&E gas main had been 
encountered on Lausett Avenue. The plans and the USA markings indicated that the gas main had 
been abandoned in the area of a new 30” storm drain. However, the Contractor encountered a live, 2” 
gas main while excavating for the new 30” storm drain. PG&E emergency crews arrived on-site to 
deal with the damaged gas main. The Contractor has requested reimbursement of costs that resulted 
from the gas main conflict. The Construction Manager recommended District acknowledgement 
of the Contractor’s change request. The District reviewed the Construction Manager’s 
recommendation and recognized the Contractor’s change request. The force account costs of 
$1,419 have been finalized. 

Issue #048 - Wing Wall #3 to Gabion Transition 

The Contractor constructed Wing Wall #3 footing off line. This has created an abrupt transition 
between the wing wall finish surface and the stepped gabion pattern just upstream. The Construction 
Manager discussed the field conditions with the Design Engineer. A solution was developed that 
involves constructing a concrete transition that is gradual and thereby eliminating any hydraulic 
concerns. All construction costs related to remedial work will be absorbed by the Contractor. 
This issue is now closed. 








Issue #049 - Brick & Mortar Outfall Stubs 

Upon field review by the District, the decision was made to brick and mortar the outfall stub 
openings. There are four stubs, three along the U-Frame and one upstream of Sunset Avenue. The 

District authorized the work. The Contractor performed the work on force account. The force 
account costs of $9,045 have been finalized. 

Issue #050 - Winterization Plan BMPs 

The Contractor prepared a winterization plan as required under the contract. Upon several reviews by 
the District and the Regional Water Quality Control Board (RWQCB), the Contractor notified the 
District that should the RWQCB require directing storm runoff to drainage inlets, that additional 
compensation would be sought. The RWQCB’s walk-thru on October 18 did not result in any such 
requirements. Thus, there was no contract change or additional costs. This matter is now closed. 

Issue #051 - Hvdroseed - Hand Watering 

During the October 18 walk-thru, the Regional Water Quality Control Board (RWQCB) requested 
that the hydroseed be hand-watered in order to achieve early establishment. The District authorized 
the work and compensated the Contractor for additional costs. The force account costs of 
$10,176.44 have been finalized. 

Issue #052 - Hvdroseed Gabions - Reach 3. Phase 2 

During the October 18 walk-thru, the Regional Water Quality Control Board (RWQCB) requested 
that the gabions along Reach 3, Phase 2 be re-hydroseeded. The re-hydroseeding is limited between 
Lausett Avenue and San Antonio Street. A certain portion of the gabions is not a re-hydroseed, but a 
first time application since there was no hydroseeding in Fall 2004. The District authorized the 
work and compensated the Contractor for additional costs. The force account costs of $1,824.34 
have been finalized. 

Issue #053 - 36” Storm Drain at Shortridge Avenue - Change Request 

The Contractor has made a change request concerning conflicting details on the plans. Sheet P2 
details the connection to an existing catch basin. Sheet CD2, Section A/11 details the connection to an 
existing manhole. Site conditions make it clear that Section A/ll details the correct connection. 
However, in order to make such a connection, the existing catch basin and its connector pipe conflict 
with the 36” storm drain alignment. This requires the removal and replacement of the existing catch 
basin and its connector pipe. The Construction Manager recommended that the District 
acknowledge the Contractor’s change request. The District acknowledged the Contractor’s 
change request. The force account costs of $6,964 have been finalized. 

Issue #054 - CL Fence Modifications 

District Maintenance personnel requested modifications to CL Fence throughout the project site, 
primarily additional gates and fencing of certain areas. The District authorized the work and 
compensated the Contractor for additional costs. The force account costs of $19,563 have been 
finalized. 

Issue #055 - Delete Planting and Irrigation 

The District deleted planting and irrigation that had been slated for the construction trailer area. The 

Contractor prepared a credit proposal. The plant count has been finalized, however, the 
District has revised the work to be deleted. The Contractor prepared a revised credit proposal 
based on the revisions. The Construction Manager finds the credit proposal acceptable. The 
District has approved the Contractor’s credit proposal of $(14,784). The credit has been applied 
to Bid Item #10, Irrigation Systems. 








Issue #056 - Not Used 
No Issue. 


Issue #057 - Road Restoration - Sunset Avenue. Lausett Avenue. Shortridge Avenue and 
Checkers Drive 

Upon review of the road condition along Sunset Avenue, Lausett Avenue, Shortridge Avenue and 
Checkers Drive the District and the City of San Jose determined that restoration would comprise of a 
certain amount of cosmetic work, not attributable to the Contractor’s construction activities. The 
cosmetic work involved curb and gutter, sidewalk and pavement restoration. The District authorized 
the work and compensated the Contractor for additional costs. The force account costs of 
$98,072 have been finalized. 

Issue #058 - Non-Conformance Notice (NCN) #005 - Sunset Avenue Curb & Gutter 
The Construction Manager issued an NCN to the Contractor concerning curb & gutter work that was 
rejected by both the Construction Manager and the City of San Jose. The Contractor reconstructed the 
curb & gutter but has done so under protest. The Contractor argues that the work was acceptable and 
that normal industry standards should be applied in determining the acceptability of the work. There 
is no indication that the Contractor intends to make a claim concerning this matter. This matter 
is now closed. 

Issue #059 - Sunset Avenue - Sawcutting along Gutters 

The Contractor has made a change request for additional pavement removal when constructing new 
curb & gutter. The City of San Jose stated that it typically requires the removal of 18” of pavement 
for curb & gutter construction, but will allow 12”. The Contractor assumed that 6” would be adequate 
and that the City of San Jose standards do not specify any amount of removal. Upon review of the 
matter, the Construction Manager and the District recognized the Contractor’s change request for 
pavement removal in excess of 6”. The District authorized the work and compensated the 
Contractor for additional costs. The force account costs of $2,418 have been finalized. 

Issue #060 - Demolition Subcontractor - Impacts due to SBC 
Open Issue (reference Section 8 of this report). 

Issue #061 - Alum Rock - Crash Cushion Replacement 

The Contractor has made a change request for the replacement of crash cushions along Alum Rock 
Avenue. The Contractor argues that it has replaced crash cushions due to damaged caused by the 
general public. The Construction Manager reviewed the Contractor’s request and recommended 
District approval. The District acknowledged the Contractor’s change request. The force 
account costs of $5,231 have been finalized. 

Issue #062 - Not Used 
No Issue. 

Issue #063 - Quantity — Armoring Aggregate 
Open Issue (reference Section 8 of this report). 

Issue #064 - F&M Towing Driveway — Concrete under AC Pavement 

The Contractor made a change request concerning the discovery of concrete beneath the existing AC 
pavement along F&M Towing’s driveway. The Construction Manager reviewed the site conditions 
and determined that the concrete was not a known condition and could not be ascertained at the time 
of bid. The Construction Manager directed the Contractor to remove the concrete on force 
account. The force account costs of $1,718 have been finalized. 






Issue #065 - Reconstruct Curb & Gutter - Sunset, Lausett and Shortridge Avenue (Not a Part 
of Issue #058) 

The City of San Jose senior inspectors rejected certain curb & gutter work. However, the City of San 
Jose’s on-site inspector and the Construction Manager have the opinion that the curb & gutter work in 
question is acceptable. The Construction Manager believes that the City of San Jose senior inspectors 
are unreasonable in their assessment of the curb & gutter work. At this juncture, the District has 
intervened and is preparing a proposal to the City of San Jose that could possibly remedy the 
matter. This matter was relegated to Issue #070. 

Issue #066 - Concrete Barrier - Modify CL-7 Fence 

The District issued modifications to the fencing along the concrete barrier at Alum Rock Bridge and 
to the parapet walls at the Sunset Avenue RCB. The modifications involve the deletion of CL Fence 
and the addition of a Caltrans standard railing. The District authorized the work and approved the 
Contractor’s lump sum price of $21,832 (this is a net add to the contract). 

Issue #067 - Traffic Control System 

The Contractor has made a change request for the extended maintenance of the traffic control system 
along Alum Rock. The Contractor claims that the extended maintenance is due to the utility delays. 
Also, the Contractor is seeking additional compensation for flagmen costs that were affected by site 
conditions that could not have been reasonably foreseen. The Construction Manager reviewed the 
Contractor’s change request, exclusive of flagmen costs. The District acknowledged the 
Contractor’s change request, exclusive of flagmen costs. The force account costs of $13,743 have 
been finalized. The issue of flagmen costs is being dealt with under Issue #021. 

Issue #068 -15” Storm Drain Connection at Lausett Avenue 

The Contractor made a change request concerning the connection of the existing 15” storm drain at 
Lausett Avenue to the new catch basin shown on the plans. The plans do not call for the connection of 
the existing 15” storm drain to the new catch basin. Also, the existing 15” storm drain is not along the 
same alignment as the new catch basin, and therefore, requires more storm drain pipe to be exposed in 
order to make an acceptable connection. The Construction Manager reviewed the site conditions and 
determined that this matter stems from an omission from the plans. The Construction Manager 
directed the Contractor to connect the 15” storm drain to the new catch basin on force account. 
The force account costs of $21,355 have been finalized. 

Issue #069 - Alum Rock - Restoration beyond Contract Limits 

Upon review of the site conditions beyond the Stage 1 and Stage 2 limits the Construction Manager 
and the District determined that restoration would comprise of grade adjustments to create a more 
gradual conform to the new bridge and a certain amount of cosmetic work, not attributable to the 
Contractor’s construction activities. The grade adjustment affected certain curb & gutter, sidewalk 
and street light work. The cosmetic work involved curb & gutter and sidewalk restoration. The 
District authorized the work and compensated the Contractor for additional costs. The force 
account costs of $63,648 have been finalized. 







Issue #070 - Lausett Avenue - Road Modifications 

Upon review of the site conditions at the easterly terminus, the District and the City of San Jose 
agreed to make road modifications to better conform to the newly constructed catch basins. The new 
catch basins were designed such that an unacceptable cross slope resulted. The solution involved 
removal of existing road pavement section and adjusting the street grade in order to achieve an 
acceptable cross slope. The District authorized the work and approved the Contractor’s lump 
sum price of $15,072. Additionally, there were force account costs of $9,566 that were finalized. 
The total cost of this change is $24,638. The off-haul of spoils is not included in the total since 
the Contractor could not dispose of the spoils due to the concerns addressed in Issue #071. 

Issue #071 - Clean Soil Disposal Facility 
Open Issue (reference Section 8 of this report). 

Issue #072 - Lausett Pedestrian Bridge - Final Punchlist 

The City of San Jose conducted a final walk-thru on February 9, 2006 and prepared a final punchlist 
the same day. The City of San Jose requested the addition of traffic bollards to prevent vehicular 
traffic from entering the bridge (on easterly side), placement of large rock on the underside near the 
westerly abutment to deter encampment by transients and removal of the awareness bands. The 

Contractor was directed to make the modifications on force account. The force account costs of 
$7,059 have been finalized. 

Issue #073 - Punchlist Items 

Open Issue (reference Section 8 of this report). 

Issue #074 - Maintenance Road STA 92+00 to STA 94+00 RT - Differing Subsurface 
Conditions 

The Contractor notified the Construction Manager that concrete foundations and AC pavement were 
discovered between approximate STA 92+00 and STA 94+00 RT during maintenance road 
construction. The Contractor argues that the plans do not indicate such and that there will be 
additional costs to remove concrete and AC pavement. The Construction Manager recommended 
that the District acknowledge the Contractor’s change request. The District acknowledged the 
Contractor’s request. The force account costs of $9,336.14 have been finalized. 

Issue #075 - Delete Irrigation and Plant Maintenance between STA 86+00 and Alum Rock 
The District is considering the deletion of irrigation and plant maintenance between STA 86+00 and 
Alum Rock. The deletion under consideration would be added to the Reach 3, Phase 1 project. The 
irrigation for this specific area is fed from the Reach 3, Phase 1 project. Making this area a part of 
Reach 3, Phase 1 would enable the irrigation to be better managed. The Contractor prepared a 
credit proposal. The District chose to forego the deletion of maintenance work. 

Issue #076 -- Non-Conformance Notice (NCN) #008 - Wall 3 Outside District Right-of-Wav 
Open Issue (reference Section 8 of this report). 

Issue #077 - Quantity - Foundation Stabilization 
Open Issue (reference Section 8 of this report). 




Issue #078 - Quantity - Native Embankment 

The Contractor claims that the native embankment quantity calculated by the Construction Manager 
is insufficient. The Construction Manager’ calculations produce a quantity of 2,708 CY. The 
Contractor’s calculations produce a quantity of 3,370 CY. The Contractor’s estimate is greater that 
the Construction Manager’s by an amount of 662 CY, equating to $10,592 at the contract unit price of 
$16/CY. Upon final review, the Contractor has accepted the Construction Manager’s estimate 
and will not pursue the matter any further; this matter is now closed. 
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Potential Claims 

Reference 

Prior Month 

mmm 

MB 

Contractor "Cost Overruns" 

Issue #21 

2,054,753 

0 

2,054,753 

Traffic Control - Flagging Costs 

Issue #21 

108,352 

0 

108,352 

Recovery Schedule OT Premium 

Issue #21 

0 

0 

0 

Delete Floodwall CIDH Piles — CRIP 

Issue #25 

16,000 

0 

16,000 

Demolition Subcontractor- Impacts due to SBC 

Issue #60 

9,286 

0 

9,286 

Quantity — Armoring Aggregate (343 CY x S80/CY) 

Issue #63 

27,440 

0 

27,440 

Clean Soil Disposal Facility (63 Loads x $100/Load) x 1.15 

Issue #71 

7,245 

0 

7,245 

Punchlist Items 

Issue #73 

34,000 

0 

34,000 

NCN #008 -Wall 3 

Issue #76 

12,000 

0 

12,000 

Quantity — Foundation Stabilization (1277 CY x S75/CY) 

Issue #77 

95,775 

0 

95,775 

Quantity — Foundation Stabilization (384 CY x S75/CY) Perm 

Issue #77 

28,800 

0 

28,800 



0 

0 

0 



0 

0 

0 



0 

0 

0 

Estimated Potential Claims 


2,393,651 

0 

2393,651 
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Summary of Outstanding Claims - Reach 3, Phase 3 


Claims resolved subsequent to Notice of Completion 

The Notice of Completion has not been filed as of May 31, 2006. 


Issues subsequent to Completion of Installation Phase 

There are no post-installation Phase issues. Issues that arise during the plant maintenance phase of the 
contract will be added to this section accordingly. 


Unresolved Claims 


The following claims are unresolved through the end of May 31, 2006. 

Issue #021 - Recovery Schedule 

The Construction Manager had notified the Contractor that work appeared to be approximately 3 to 4 
weeks behind the planned schedule; the planned schedule is the CPM baseline schedule. The 
Contractor prepared a corrected schedule in accordance with Article 12.02.03, Schedule Updates of 
the Special Provisions. The District and the Construction Manager reviewed and commented. The 
Contractor addressed the comments; The Contractor proceeded per the recovery schedule. The latest 
meetings were held on January 6, 2006 and January 19, 2006 to discuss the related overtime costs. 

However, at the January 19, 2006 meeting the Contractor stated that it had “cost overruns” on the 
order of $2,000,000 and requested compensation of such. The Contractor stated that a time-impact 
analysis was not possible due to the complexity of the project and the events that unfolded during the 
months leading up to October 15, 2005. When questioned by the Construction Manager concerning 
the un-timeliness of this announcement the Contractor stated that it didn’t know the “cost overruns” 
until now. 

The Contractor also stated that the “cost overruns” are primarily a result of the inability to haul away 
the channel excavation (local landfills would not accept the dirt) as planned, multiple-handling of dirt, 
overtime premium costs, loss of productivity and traffic control costs. 

The Construction Manager noted that it had not been notified that the Contractor was affected or 
delayed relative to hauling off channel excavation. In May 2005 the Contractor had stated that local 
landfills would not accept the dirt due to high readings of chromium and arsenic. However, the 
Contractor had never advised of any impact, contemporaneous or potential, and proceeded to haul the 
channel soils to Crazy Horse and Tri-Cities Landfills. 

The Contractor noted that if a more involved analysis is required, that the costs would be far greater 
and that it could demonstrate such. The Construction Manager requested a written proposal from 
the Contractor; the Contractor submitted a cost proposal on February 17, 2006 requesting 
compensation of $2,163,105. 




A meeting was held on March 9, 2006 to discuss the Contractor’s cost proposal. At this meeting, the 
Contractor indicated that the cost proposal was a “total-cost” analysis as it relates to channel 
excavation. The Contractor also indicated that overtime premiums included in the “total-cost” 
analysis was project-wide, inclusive of work along Alum Rock. The Construction Manager requested 
documentation that would support the Contractor’s claim; the Contractor indicated that it would 
provide documentation. On March 14, 2006 the Contractor submitted documentation as requested. 
The Construction Manager and the District reviewed the Contractor’s cost proposal and 
documentation and have denied the Contractor’s request. 

A meeting was held on May 10, 2006 to discuss the Contractor’s and the District’s positions. At the 
meeting the Contractor stated that it mitigated the matter and saved the District money by doing so. 
The Construction Manager requested that the Contractor demonstrate such a claim; the Contractor 
agreed to provide a financial analysis, by May 19, 2006, which would demonstrate the claimed cost 
savings. The Contractor has yet to provide the information. 

Part of the Contractor’s request of $2,163,105 involves the reimbursement of flagging costs. The 
Contractor stipulated that Caltrans payment provisions are applicable, which stipulates that the 
flagging costs are to be shared equally between the Contractor and the District. This would amount to 
$108,716 (50% of the Contractor’s actual costs of $217,432 as claimed). However, the Contractor has 
requested reimbursement of the full $217,432 in its request for an equitable adjustment. The 
Construction Manager has denied the Contractor’s request on the basis that the provisions of 
the Contract Documents stipulate that all costs associated with maintaining traffic control are 
to be included in the lump sum price for Traffic Control, Bid Item #24 and Alum Rock Bridge, 
Bid Item #34. The Contractor has protested the Construction Manager’s denial. 

Issue #025 - Delete Floodwall CIDH Piles 

Upon review of field survey data, the District and the Design Engineer deleted the CIDH pile 
component of the floodwall design. The District and the Design Engineer evaluated modifications 
that would function as a floodwall (i.e. provide freeboard). Subsequently, the District deleted the 
floodwall design in its entirety and prepared a different floodwall scheme. Force account costs of 
$18,582.00 have been finalized; these are not related to a Costs Reduction Incentive Proposal 
(CRIP). The Construction Manager determined CRIP-related costs reductions (savings) and 
applied the savings under the CRIP framework. However, the Contractor does not agree with 
the District’s methodology and seeks a greater share. The Construction Manager estimates the 
Contractor’s sought amount at $16,000. 

Issue #060 - Demolition Subcontractor - Impacts due to SBC 

The Contractor submitted a change request made by the demolition subcontractor. The demolition 
subcontractor claims that it lost one day during Stage 1 and one day during Stage 2 due to conflicts 
with the SBC conduits. Upon review of the project records, the Construction Manager denied the 
change request premised on the Contractor’s failure to notify the District of the impact. The 
Contractor and Subcontractor have contested the Construction Manager’s denial. The 
Contractor requested reimbursement of $9,286. 

Issue #063 - Quantity — Armoring Aggregate 

The Contractor has made a change request for armoring aggregate placed when constructing the 
maintenance road. The Contractor claims that more material was placed due to soft, pumping soils in 
the subgrade. The Construction Manager’s field observations and the project records yield no 
evidence of soft, pumping soils in the subgrade. The contract provisions specify that measurement 
will be made by calculating the volume of armoring aggregate based on the neat lines shown on the 





drawings. Barring any District-directed change to the maintenance road geometry, the cited contract 
provisions would govern. The Construction Manager prepared a written denial of the 
Contractor’s change request. The Contractor has contested the Construction Manager’s denial. 
The Contractor requested additional payment of $27,440. 

Issue #071 - Clean Soil Disposal Facility 

The Contractor notified the District that the Tri-City Landfill would no longer accept project soil, 
effective January 1, 2006. The Contractor will seek reimbursement of additional costs that may be 
incurred as a result of any delays or added costs. The District sought a local landfill and has 
determined that Newby Island Landfill will accept the remaining project soils upon acceptable 
analytical tests. Test data was forwarded to Newby Island Landfill and Kirby Canyon; the District 
received authorizations from both Newby Island Landfill and Kirby Canyon Landfill. The 
Contractor was directed to haul the remaining project soils to Newby Island Landfill. The 
Contractor requested payment for all soils disposed under this issue, claiming that all soils were 
generated from extra work. The Construction Manager and the District do not agree with the 
Contractor’s position because the subject soils were generated from base contract work 
(payable under various bid items), extra work, and other Contractor activities. 

The District made payment of $6,834 based on the estimated amount of soil that was generated 
from extra work. The Construction Manager estimates the Contractor’s requested 
reimbursement at $7,245. 

Issue #073 - Punchlist Items 

The Construction Manager made a pre-final inspection and prepared a corresponding preliminary 
punchlist on Februaiy 14, 2006. The preliminary punchlist incorporates the majority of City of San 
Jose items. The District conducted a final walk-thru on February 17, 2006 and Caltrans conducted a 
final walk-thru on Februaiy 23, 2006. The District and Caltrans items have been incorporated into a 
final punchlist; punchlist issued in March 2006. The list contains work that is connected to 
previously directed extra work; these items are being performed on force account. The 
Contractor protested certain punchlist items, claiming extra work; the Construction Manager 
is not in agreement with the Contractor’s stated positions. 

Subsequently, the Contractor formally refused to do the work without a written change 
directive. The District responded by ordering the Contractor to complete the work by May 19, 
2006 or it will formally notify the Surety. Also, the District has withheld payment from the 
April 2006 and May 2006 progress payments in amounts that are commensurable with the 
work. 

The District has made payment of $3,503.50 for recognized extra work. The Construction 
Manager estimated the protested work to have a construction value of $34,000; thus, the total 
withholding is $51,000 of which a portion has been withheld through May 31,2006. 

Issue #076 — Non-Conformance Notice (NCN) #008 - Wall 3 Outside District Right-of-Wav 
The Construction Manager performed an “as-built” survey of various structures and discovered that a 
portion of Wall 3 was constructed outside of District right-of-way. NCN #008 has been issued to the 
Contractor requesting a corrective proposal. The Contractor has contested NCN #008 on the basis 
that the discovery is ill-timed and that the Construction Manager had approved the location of 
Wall 3 during its construction; the Contractor has also requested that the District provide 
proposed details of any rectifying measures and a change directive. The Construction Manager 
is not in agreement with the Contractor’s stated position and has prepared a response. 



Subsequently, the Contractor retracted its initial position and is now working toward a 
resolution. The Contractor’s corrective action involves a lot line adjustment. Considering that 
any possible resolution is subject to the approval by a third party, the District will withhold 
payment from monies due the Contractor, starting with the April 2006 progress payment in an 
amount that is commensurable with the Contractor’s proposed solution. In the event that a 
more costly resolution transpires, a commensurable amount will be withheld from future 
monies due the Contractor. 

The Construction Manager estimated the corrective action to have an associated cost of $8,000; 
thus, the total withholding is $12,000 of which no portion has been withheld through May 31, 
2006 due to no monies due the Contractor. 

Issue #077 - Quantity - Foundation Stabilization 

The Contractor has made a change request for foundation stabilization placed when constructing 
various structures. The Contractor claims that more material was placed due to soft, pumping soils in 
the subgrade where the Construction Manager failed to order foundation stabilization. The 
Construction Manager’s field observations and the project records indicate that it did order foundation 
stabilization where unstable subgrades were encountered. The quantity of foundation stabilization 
placed was measured in accordance with the measurement provision for the respective pay item. The 
contract provisions specify that measurement will be made by calculating the volume of foundation 
stabilization placed. The Construction Manager prepared a written denial of the Contractor’s 
change request. The Contractor has contested the Construction Manager’s denial. The 
Contractor requested additional payment of $95,775 for foundation stabilization (IV 2 ” rock) 
and $28,800 for foundation stabilization (Class 1 Permeable). 


Section 9 
Final 

Contract Amount 



Santa Clara Valley Water District 
Lower Silver Creek -- Reach 3, Phase 3 
Contract Value Summary 


thru May 31, 2006 




June 16, 2006 






BOARD AUTHORIZATION 





CONTRACT BID VALUE 



$ 9,814,000.00 





$ 





$ 





$ 







AUTHORIZED AMOUNT 



$ 9,814,000.00 







AUTHORIZED AMOUNT 



$ 9,814,000.00 


LESS Paid-to-Date 



$ (8,836,034.63) 


BALANCE IN AUTHORIZED AMOUNT 



$ 977,965.37 







Contract Value 

Description 

Gross Earnings 

Notes 

1,2 


Value 

$ 9,460,469.63 
$ 

Comments 

Contract Value -- current 

Less STOP NOTICE 




Less WITHHOLDINGS 



$ (52,039.00) 







Adjusted Gross Earnings 



$ 9,408,430.63 

















Payment Summary 

Description 

Paid-to-Date 

Notes 


Value 

$ 8,836,034.63 

Comments 

Bid Item #36 Extra Work - Not Paid 



$ 





$ 





$ 





$ 





$ 


Bid Item #15 - Value of Work to be Done 



$ 81,696.00 

Basic Maintenance 

Retention - to be released 



$ 490,700.00 

Basic Maintenance 






Adjusted Gross Earnings 



$ 9,408,430.63 

















Bid Item #36 - Extra Work Summary 
Description 

Total Value 

Notes 

. 


Value 

$ 622,903.63 

Comments 

District-approved 

Less Paid-to-Date 



$ (622,903.63) 







Value to be Paid 



$ 












Note 1: Final Quantities included 





Note 2: Completion of Bid Item #15 included 
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Santa Clara Valley Water District 
Lower Silver Creek -- Reach 3, Phase 3 
Quantity Variation Summary 


thru May 31, 2006 


Item 

Contract Item of Work 

Prior Month 

Change This 
_Month_ 

Current 

Forecast 

4 

Concrete Removal 

$ 

70,080 

$ 

- 

$ 70,080 

5 

Channel Excavation 

$ 

198,850 

$ 

- 

$ 198,850 

6 

Native Embankment 

$ 

15,344 

$ 

- 

$ 15,344 

7 

Foundation Stabilization 

$ 

(232,500) 

$ 

- 

$ (232,500) 

8 

Gabion Baskets 

$ 

46,640 

$ 

- 

$ 46,640 

9 

Revegatation Area Preparation 

$ 

(4,167) 

$ 

- 

$ (4,167) 

10 

Irrigation System 

$ 

(14,784) 

$ 

- 

$ (14,784) 

11 

Dee-Pot Container Plantings 

$ 

(2,831) 

$ 

- 

$ (2,831) 

12 

Tree-Pot Container Plantings 

$ 

(2,772) 

$ 

- 

$ (2,772) 

13 

Plugs 

$ 

(1,110) 

$ 

- 

$ (1,110) 

14 

Hydroseeding 

$ 

1,920 

$ 

- 

$ 1,920 

15 

Basic Maintenance 

$ 

- 

s 

- 

s 

16 

Class Light RSP 

$ 

(103,300) 

$ 

- 

$ (103,300) 

17 

Armoring Aggregates 

$ 

25,440 

$ 

- 

$ 25,440 

18 

Storm Drain Outfalls 

$ 

(18,421) 

$ 

- 

$ (18,421) 

19 

Storm Drain Grating 

$ 

1,120 

$ 

- 

$ 1,120 

20 

Type CL-3, CL-3.5 Fence 

$ 

(5,760) 

$ 

- 

$ (5,760) 

21 

Type CL-6, CL-7 Fence 

$ 

10,584 

$ 

- 

© 

©0 

4^ 

23 

Wood Fence, 6 Foot High 

$ 

400 

$ 

- 

$ 400 

25 

Anti-Graffiti Coating 

$ 

(77,715) 

$ 

- 

$ (77,715) 

27 

Concrete Structures 

$ 

(163,350) 

$ 

- 

$ (163,350) 

28 

U-Frame Channel 

S 

156,650 

$ 

- 

$ 156,650 

29 

Floodwalls 

$ 

(65,200) 

$ 

- 

$ (65,200) 

30 

Road Restoration 

$ 

77,608 

$ 

- 

$ 77,608 

34 

Alum Rock Bridge Replacement 

$ 

- 

$ 

- 

$ 

37 

Contaminated Soil Disposal 

$ 

60,840 

$ 

- 

$ 60,840 


Totals 

s 


$ 

- 
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Santa Clara Valley Water District 

Construction Administration Unit 


thru PROGRESS PAYMENT No. 13 


PROJECT: LOWER SILVER CREEK, Reach 3, Phase 3 

CONTRACTOR: ACC West Coast, Inc. 

ADDRESS: 3701 Mallard Drive, Benicia, CA 94510 


ORIGINAL BID: $ 9,814,000.00 
$ 

J_;_ 

5 9,814,000.00 


TODAY’S DATE: 
PAY (FROM) 
PERIOD (TO): 


6-Jun-06 
1-May-06 
31-May-06 


Additional Items of Work 


Description 


Sewer Mod’n to Line "g" 


54" CMP Storm Drain Conflict 


Concrete Slab in Trench 


Partnering Costs 


Sewer Siphon on Sunset Avenue 


A' Signs along San Antonio St. 


Channel Ex - differing subsurface 


Rectangular Flap Gate 


Remove Existing Solder Piles R3P1 


New Floodwall at Lausett 


Fractured Fin Rib at Cone Barrier 


Revise Soil Sampling 


Extend 4.5" conduits beyond approach si 


U-Frame Channel Exp Joints 


Garage Flooding at 2080 Alum Rock 


Match Arch Patterns - Wall #16,17,18 


Wall 5 & 7 Connect to Exist Sunset RCB 


SBC Conduit Interference at ARB Stage 2 


60" CMP Opening at Existing Sunset RC 


Invert Slabs at Sunset RCBs 


16” Water & 4" Gas Conflict w/ CIDH Pile 


Lausett Bridge - Guy Anchor 


21" VCP Sewer Conflict with CIDH Piles 


Lausett Bridge Picket Fence Modn's 


Remove drop steps - sewer MH at ARB 


Re-video Sewer Siphon - Sunset Ave 


Lausett Ave - Conflict with Existing Gas 


Brick & Mortar Outfall Stubs 


Hydroseed - Hand Watering_ 


Hydroseed Gabions - Reach 3, Phase 2 


36" SD at Shortridge Ave 


CL Fencing Modifications 


Road Restorin - Sunset, Lausett, Shortrid 


Sunset Ave - Sawcutting along Gutters 



t-TTi^Pinn 


19,597.00 


25,479.75 


35,078.73 


4,500.00 


288.04 


917.00 


1,777.16 


18,582.00 


21,194.00 


9,582.00 


1,425.01 


4,400.62 


36,743.37 


38,523.00 


11,030.87 


10,772.00 


4,385.00 


3,350.00 


3,518.00 


1,963.00 


21,032.10 


1,142.00 


169.00 


13,284.15 


9,045.00 


10,176.44 


1,824.34 


6,964.00 


19,563.00 


98,072.00 


2,418.00 


Amount Paid 


19,597.00 


25,479.75 


35,078.73 


4,500.00 


288.04 


917.00 


1,835.41 

1,835.41 

3,955.00 

3,955.00 


1,777.16 


18,582.00 


21,194.00 


9,582.00 


1,425.01 


4,400.62 


36,743.37 


38,523.00 


11,030.87 


10,772.00 


4,385.00 


3,350.00 


3,518.00 


1,963.00 


21,032.10 


1,142.00 


169.00 


13,284.15 


1,419.00 


9,045.00 


10,176.44 


1,824.34 


6,964.00 


19,563.00 


98,072.00 


2,418.00 


Crash Cushion Replacement 


F&M Tow Dwy - cone, under AC pvm't 


Concrete Barrier - Modify CL-7 Fence 


Traffic Control System 


15" Storm Drain Connection at Lausett 


Alum Rock - Restoration 


Lausett Avenue - Road Modifications 


Clean Soil Disposal Facility 


Lausett Bridge Punchlist 


Punchlist 


Maint Rd STA 92+00 to 94+00 RT - differ 


5,231.00 



1,718.00 

1,718.00 

21,832.00 

21,832.00 

13,743.00 

13,743.00 

21,355.00 

21,355.00 

63,648.00 

63,648.00 

24,638.00 

24,638.00 

6,834.00 

6,834.00 

7,059.00 

7,059.00 

3,503.50 

3,503.50 

9,336.14 

9,336.14 


622,903.63 622,903.63 












































































































































































































































































































































































































































































































































































































































































































































































































































































Santa Clara Valley Water District 
Lower Silver Creek Reach 3, Phase 2 
ACC West Coast 
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Section 10 


Record of Problems 

in 

Plans & Specifications 



Lessons Learned - Reach 3, Phase 3 


Introduction 

This section is devoted to identifying problem areas in the plans and specifications. It is not 
intended to lay responsibility with any certain individual or organization, but rather, to inform 
those involved in the planning, design and construction administration of similar projects. 

The following summaries should be used as a learning tool. The important aspects to gather 
from such problems are the following: 

1. Identify problem. 

2. Understand problem. 

3. Take action to avoid or minimize potential delays if the matter cannot be resolved 
instantly. 

4. Resolve the matter at hand to avoid a larger issue later in the project. 

All of the problem areas were addressed with the Contractor. Although there were additional 
costs associated with most of the problem areas addressed herein, project delays were 
avoided and the contract was completed on-schedule. Not all issues were resolved during the 
construction phase; and those that haven’t been resolved are in negotiations. The following 
summaries touch on the more significant problem areas on the project. 


Problem Areas 


Soil Background Levels 

Problem: The Contractor has made a significant claim based on certain wording in Section 
19.08 of the Technical Provisions. Under this section, there is a sub-section that 
addresses “clean” soil. The Contractor interpreted the “clean” soil as non- 
contaminated. Local landfills would not accept dirt that was above levels that the 
landfill would automatically accept. Based on analytical tests revealed with 
levels of chromium and arsenic. The District disagreed with the Contractor’s 
interpretation, arguing that the Soils and Ground Water Management Plan 
indicated the levels and that the report was available for review at bid time. 

Impact: The Contractor claims that the critical path was affected dramatically and that 

there was tremendous overtime costs and loss of productivity. Eventually, the 
Contractor located a landfill that would accept the dirt. 

Resolution: The Contractor and the District are in the process of resolving the matter. 

Lesson: It would be advisable not to rely on a report that is available for review during 

bid time. It’s probably helpful to include critical information in the 
specifications; the report can still be made available for review. 



Lausett Avenue (East) Road Modifications 

Problem: Existing street grades conflicted with new design features. 

Impact: Additional costs to the project. 

Resolution: The Construction Manager and the City of San Jose made field adjustments to 
the existing street grade. 

Lesson: Field verify existing street grades; do not rely on an aerial survey or as-builts. 

Checkers Drive Road Modifications 

Problem: Existing street grades conflicted with new design features at the Alum Rock 
Bridge. 

Impact: Additional costs to the project. 

Resolution: The Construction Manager and the City of San Jose made field adjustments to 
the existing street grade. 

Lesson: Field verify existing street grades; do not rely on an aerial survey or as-builts. 

Estimated Bid Quantities 

Problem: Certain estimated bid quantities were inaccurate by a significant degree. Most 
apparent was Channel Excavation. 

Impact: The impact is primarily a budgetary one, trying to forecast cost exposure to 

assure that the work can be completed within the original Board allocation. 

Resolution: The Construction Manager made a favorable review of the Contractor’s position 
that the “neat” line was not well defined in the specifications. 

Lesson: Define more clearly the “neat” line; possibly illustrate the pay lines on the plans, 

similar to Reaches 1 & 2. Make a more accurate estimate of bid quantities. A 
lump sum contract avoids this concern, but only addresses the quantification 
aspect. Channel work is very linear, characteristically, and can be quantified 
accurately. 


Bid Phase 

Problem: The bid phase occurred such that work started just prior to April 30. 

Impact: There are increased costs implications with performing a given amount of work 

in a shorter time frame. Furthermore, it leaves little or no room for error in the 
work schedule and leads to potential conflicts with the environmental permit 
conditions come October 15. 

Resolution: None. 

Lesson: Start the bid phase earlier to take advantage of any window where un-restricted 

work (out-of-channel) can be performed prior to April 30. The Alum Rock storm 
drain and sewer work could have been done in March and this would have 
allowed the Alum Rock Creek Bridge work to take full advantage of the April 30 
to October 15 time-frame for construction activities in the creek. 
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Progress Payment 
(Latest) 
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Section 12 


Project Photos 




Reach 3, Phase 3 

Fish Screen upstream of San Antonio Street 
Viewing downstream from STA 106+00 LT 



Reach 3, Phase 3 
Cast-in-Drilled Hole (CIDH) Pile 
Alum Rock Bridge 
















Reach 3, Phase 3 
Earthen Channel 

Viewing downstream from Lausett Bridge 


Sonia GaraValey 
Wole* District A 


Reach 3, Phase 3 

Earthen Channel 

Viewing downstream from ST A 100+00 


Reach 3, Phase 3 
Earthen Channel 

Viewing downstream from STA 92+00 RT 
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Reach 3, Phase 3 

Sunset Avenue Reinforced Concrete Box 
Viewing downstream from ST A 96+00 




Reach 3, Phase 3 

Concrete Barrier 
Alum Rock Bridge 

Viewing westerly from STA 87+60 LT 



Reach 3, Phase 3 

Channel Improvements 

Viewing upstream from Sunset Avenue 










Santo Clara Valey 
Wole* District 



Reach 3, Phase 3 

Channel Improvements 
Viewing downstream from Sunset Avenue 



Reach 3, Phase 3 
Earthen Channel 

Viewing downstream from Lausett Pedestrian Bridge 



